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DEIJVER MIN1’,1]EV7. 



•N replying.quote upper initial. 
RIGHT HAND CORNER. 


treasury department 


WASHINGTON September 5, 1903 



TOe^uperlntendent of Construction, 

United States Mint Building, 

Denver, Colorado. 

Sir: 

in reply to your communication of August 25,1903,request- 
xng instructions as to the tints desired for the painting of 
includea under the contract of Mr. James A. McGonlgle for 
the interior finish of the building for which you are the Su¬ 
perintendent Of Constructlon,you are Informed as follows: 

Exterior Iron Work,generally,. ^ 

.Elackjdull finish. 

C.I. Tops of Vent Shafts,. i 

.••...Dark Olive Green. 

Outside Window Prames.... 

.'Dark Olive Green. 

Sashes. 

.Dark Olive Green. 

Exterior Copper Work. i rv ^ 

.Dark Olive Green. 

Exterior Wood Work. 

.Dark Olive Green. 

Cement Wainscot In Rooms and Corridors.Dark Olive Green. 

Plaster along Rear Stairs. Tiayv m • />. 

.Dark Olive Green 

Cement Plaster in Ll^t Shafts.imite^®"^ Border. 

stain for Wood Floors.. 

Respectfully, 

B. ^ 














HEinrER, HIM’. 


2 



Treasury Department, 

ICE OF THE SUPERVISING ARCHITECT, 

Washington, September 4, 190S. 


The Superintendent of Construction, 


(New), 


Denver, Colorado. 


Sir; 


Replying to your inquiry of the 25th ultimo, relative to 
vent ducts in the building for v*lch you are Superintendent 
of Construction, you are advised that the change in size of 
main vent duct for storage v ault, authorized by Department 
letter of October 6, 1902, is to affect the duct at entrance 
to vault only so as to allow same to pass through the door 
opening, which is 3*4** wide. The dimensions of the duct from 
point inside the vault door are to be as noted on contract 
drawing # K-81. 


Respectfully, 






DElT\n5R 



v3 


treasury department 

WASHINGTON September 4,1903. 


IN REPLYING, QUOTE UPPER INITIAL. 
right HAND CORNER. 


(ENCLOSURE #4455) 
PORWABLING . 


^h^uperlntendent of Construction, 
^ United States Mint Building, 


Denver,Colorado. 


Sir: 


There is enclosed herewith for Information and file a 
copy of Office letter of this date addressed to Mr. James A. 
McGonigle,and,under separate cover,one print each of drav/lngs 
Nos.226 and 227,therein mentioned,for vent shaft to be supplied 
in connection with the contract for the interior finish of the 
building for which you are the Superintendent of Construction. 

Respectfully, 





ect 


B. 








Treasury Department, 

OFFICE OF THE SUPERVISING ARCHITECT. 

Washington, September 4,1903. 


Mr• James A. MoGonlgle, 

Leayenworth, Kansas, 

Sir: 

The Office is in receipt of your letter of the 27th ul¬ 
timo, transmitting, in quadruplicate,shop drawings for rent 
shaft to be supplied under your contract for the Interior 
finish of the new United States Kint Building at Denrer,Colo¬ 
rado, and in reply you are advised that said drawings have been 
given Office ntuabers 226 and 227,and two sets of the prints 
are this day returned to the above address,approved,subject 
to the specifioation requirements regarding fitting,measure¬ 
ments,eto. 


Respectfully, 


(Sifno^) J. K. TJYlon. 


Supervising Architect. 


B 


(printed heading). 


Penver, Colo., September 8,1903, 


Superintendent of Construction, 

U.S.Mint Building, Denver. 

Sir;- 

Referrine to your letter of August 18th,we t^ould say that we 
forwarded same to our Philadelphia office and had them take the matter 
up with our sub-contractors,who advise us that the lowest possible 
price for which they can place the 2" conduit from back of building to 
telpphone room,etcon mezzanine floor of the Mint Building,this city, 
and also run the 3/4" pipe to corridor of Superintendent's of flee,as 
per your letter of the 26th of July,is the sum of THREE HUNDRED AND 
THlRTY-TWO DOLLARS({332.00), 

Respectfully, 

(Signed) S.Faith <fe CO,'-. 


Per Lewis 


(PRI>TTRD HKADIKO), 



Denver, Colo., 


September 8 , 1903 . 


Superintendent of Construction, 

O.S.Hlnt Bulldlne,Denver. 

Sir:- 


Replying to your f«vor of the 22 nd ultimo, we propose to change 
e number of lamps in each of the four three-light outlets In Well 
oom to two lights each and provide three one-llght bracket outlets In 
^ Generating Room and two-llght bracket outlet In the Blower Room 

Said building,connecting the same to circuit #4 from Tablet C,the 

tlon of brackets to be as shown on the accompanying blue print,for 
the sum of PJPTY DOLLARS(^60.00). 

Respectfully, 


(Signed) S.Palth & Co,, 
Per Lewis, 


(PRllTTED HTHADING). 


September 8,1903, 


Superintendent of Construction, 

U.S.Mint Building, City. 

Sir:- 

Ans^Yering your letter of August 28th,vre propose to cut two 
chases in the brick walls of basement toilet room No.l; one chase to 
be in east wall for the 4" dovm spout and one in the north wall for 
th9 4’ soil pipe, the chase in each case to he of proper size to receive 
said pipe and to extend helow the basement floor line in order that said 
pipe may be carried down straight behind the plaster finish and marble 

wainscot to connect with the drain pipes beneath the basement floor of 

4 4 . rnr the sum of SIXTY DOLIARS (^60.00). 
U.S.Mint Building,this city, for t 

Very respectfully, 

(Signed) S.Faith & Co., 

Per Lewis. 


DEITVER mint (NEW) • 



IN REPLYING QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 


Inolosure No. 4206. 


treasury department 

WASHINGTON Sept. 9, 



1903. 


Superintendent of Construction, 
New Mint Building, 

Denver, Col. 

Sir 


I inclose herewith, for your information Euid the files 
of your office, copy of Depeurtment letter this day addressed 
to the contractor for the construction of the building in 
your charge, relative to approval of chipped glass, submitted 
by the contractor for use in connection with his contract, 

which letter is self-explanatory. 

Respectfully, 




KCH 



KEKVJm? Him (%-EW). 


f5»Pt. 9, ;SOi, 


Ur* J‘u£ao» A* ifoaonigl<i^ 

Unic^ntowni F«, 

Sir :- 

I hav€s to <ick»owAodg<> recoipt of ycur lettor of the lot 
lAdtiioti and under eoparatc cover sampleo of giaes referred 

to therein, oubmitted tor approval In oonnectlcn with yotr 

< 

contract lor the Interior finish of the Hew !ilnt hutiding at 
Denver, Colorado, and you are advised that the chi pood plate 

If' 

as reprosented by the sanpie is approved for \W9 wherever 
k .^tppoci plate or ripple plate is noted on the drawing and 
jte jiuporinvendent ha© boon so atSvieed and appreved saraple 
forwarded to him for the filoo of his office and his guidance 

in accepting the work. 

nsspeetfully, 


pupervtslng Aro^iltcot* 






treasury department 

WASHINGTON S6pt,9,l 



Superintendent of Construction. 
New Mint Building, 

Denver, Colorado, 


■»v 


Sir 


Ihore le u-uclosed herewith, for your information and the 
files of your office, a copy of Department letter of even 
date, accepting the proposal of Mr. James a. Mc&onigle, in 
amount §160,00, for furnishing tie rods in steel beam con¬ 
struction over coal vault, ash room, etc. at the building 
under your charge, all as set forth in said letter of acceptance. 

You are hereby authorized to certify and issue vouchers 
on account of the worK as required by the terms of the contract 
and the printed ‘•Instructions to Superintendents," payment 
of which vouchers the Disbursing Agent has been authorized 
to malce charged against the appropriation for Mint Building, 
Denver, Colorado. 



HM 






H. JansB A, JicGonlrla 
Kovr mnt 

ncrivor, coiok-io. 


Septonbep ^,l9os, 


Sir: 


n aov^o^vianco r/ith the e"v-,^ovai e- +>,4 

^ ':P0^al 0. this Dapaxtriont, your 

proiwaal.datoA au-ust on ion, ^ 

^ .0, 1D05, to fia-nish tie rods i„ steel 

bwiin construction over coal vault ash 

oai vajlt, ash room, wall room, gas 
EWieratlnr; and bzouer rooms of the U. s. Kint buiidliv; at 

Brver, Colorado, in acocrdar.oe with the instructions of the 

S^erlntendent, for the oiua of one hundred and sixty dollars 

«160.00) Is hereby accepted, the a:iount being doomed reason- 

>We and a puijllc exigency rcTuirlng the Immediate performance 

®ftho worK, v.-hlch la to be considei-ed as on a dltlon to your 

oontp'ot Tor the conpletlon of the building. 

It is uriderotood and acrecx^l thot thin acceptance is not to 

^fJ‘eot the tin« for the coiipletior. of Trorh required by 

*'>C terrvt of the contract; that the as me lo without prt.ludice 

‘^»ny and all rir^bts of the United States thereunder.-aiw wlth- 

^ ^ oil rl''ht3 of the United states 

'’tti prejudice,also,to any a-W »- 

I, , „ +»,« bond executed for the folthm 

^Inst the aurctlss 

^‘lllmf-nt of the contract. 

..„„.medrc receipt of this letter. 

Pleas® promptly acKno-.- 

poflpoctfal^y' 


Aotinf secretary. 


li'.P. 



IN REPLYING. QUOTE UPPER INITIAL. 
RIGHT HAND CORNER. 


TREASURY DEPARTMENT 


WASHINGTON Sept.9,1905. 



Superintendent of Construction, 

U. S. Mint Building, 

Denver, Colorado. 

Sir: 

There is Inclosed herewith, for yoiu? information and the 
files of your office, a copy of Department letter of even 
date, accepting the proposal of Mr. Janies A. McGonigle, in 
amount $133.00 for placing certain registers in attic in the 
building under your charge, all as set forth in said letter 
of acceptance. 

You are hereby authorized to certify and issue vouchers 
on account of the work as required by the terms of the contract 
and the printed "Instructions to Superintendents," payment 
of which vouchers the Disbursing Agent has been authorized 
to mahe from the appropriation for Mint Building, Denver, 


Colorado. 



HM 




September 9,1903• 


Mr. Jones A. McOonlglo, 

U. S. Mint B"j»ii<^inr:, 
Denver^ Colorado, 


Sir: 


In occordance ^Itb tbe approval of tblo DoT>artr?iQnt,your 
X^roposalf datod Auepaat IlT,i90aj“Hdarosaea xo ’roe »ui>i5ri.iioouuuijt» 
of Constractlon of tne U« 8* Mint bulldlnr at Penvor,Cola'ado, 
for fuinlsliiiic and placing seven registers wltb clips and pre~ 
pQPlag tb.0 franins of ceilings, etc., in t»Tic attic of oald build¬ 
ing, for tbo'srat of one hundred and thirty-threo dollars 
(§133,00), is looroby accepted, the aJ^iount being dcouicd reason- 
abla and a public e%lsenoy raqulrlng tbe l» ^ed<ata porfommnoe 
Of the wrk.uhloh is to be ooneldered as an addition to yovu. 
contract for the cojjplction of the b-aildinc, and is to bo dotie 
in accordance trfth letter of Aufust lo, 190S, addrassed to you 

and to his entire aatisfaotion. 
by the superinten *enT> c--“ 

^0 midorstood and agreed that taio accoptanco is not to 
afioot the time for the ooipletlon of the worlc as roqui.'od r/ 
the torno of the contract:that the sane is without prcjudlcG 
to any and all rights of the Unite:! States thereunder:and without 
prejudice alco to any and all rights of tho United States against 
th© sxiret 1 .es on the bond executed for the faithful fulfilliaont 

Please pronptly aoKnowlfcdge'^ receipt of this letter. 

Respectfully, 


Acting SScretary. 





Dli^Vi:R,Nir»7 MINT 



•N replying.QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 


10 

f 

treasury department 

WASHINGTON Sept. 11 , 1903. 


IK CLOSURE 4050 
K)R\7AEDING 


Superintendent of Construction* 

^U. S, Mint (new), 

Denver, Colorado. 

Sir; 



Inhere is enclosed herewith, for your information and files, 
copy of Office letter this day addressed to S. Faith & Co., con¬ 
tractors for the mechanical equipment of the building for which 
you are Superintendent of Construction, approving marble sub¬ 
mitted for use for cove floor borders in toilet rooms. Sample 
of the approved marble is being forwarded to you this day by 
express. 


Respectfully, 




6 




treasury department 



S. faith k Ce*^ 

: «nr.syIrani « Awnu^, 
ft\lXfL^lpUl o» i'annsylvfifila» 

0«»ntX«in«n; 

t<5 ycrtiir Ifttf*** of tlto 3(! Inntant, svtelttlnu 
t^Q 6e«^il€f5 of ttfis^Xc rSilcU pro|)OBO to up^ foji* oovo floor 
bcri^r» in t5ll«t In conneotlon ^^ith your contract for 

tiife u;cctli.tihif*l c.^alpmaat of tbP U* S.,SSint (now) at Donvar* 
Color&^a, you arc a4rlB04i that !tiRri>la a# par »«i4 aamplaa la 
approve (S, aafi that ot» of th® sainplas ha« i>aen forwarded to the 
i>uporlnteni3cnt of construction, th« otlv>r retelnad In thla office, 

?jo»:/€ctfully> 

(Signed) J, K. Taylor, 


suporvlalng .^ohlteot. 



// 


PRI>TTED HRADIKG, 

Denver,Colo., September 15th,1903. 


Supervising Architect, 

Treasury Department,Washington, D.C. 

Sir:- 

We respectfully request permission to use sleeves of cast 
iron^over pipes passing through footing walls of the U.S.Mint Build¬ 
ing,In this city, in lieu of the wrought iron galvani?.ed sleeves spec¬ 
ified, owing to the fact that we cannot obtain said galvanized sleeves 
of a larger size than 2" in Dehver, and to have to send lHast and have 
them shipped here would occasion a lengthy delay in the progress of 
the work. 

Respectfully, 

S.Faith & Company, 

Per Lewis. 



Superintendent of Construction, 
Nev/ Mint Building, 

Denver,Colorado, 


Sir: 

For irour information and the files of your office, I inclose 
a copy of a telegram this day sent to James A.McOonigle,the con¬ 
tractor for the completion of the building in your charge, rejecting 
sample of .pulley submitted by him. 


JSS 






COPY. TELEGRAM 


September 14,1903 


James A.McOonigle, 

Nev/ Mint Building, 

Denver, Colorado. 

Sample pulley,Denver Mint Building,rejected,it not 
being antifriction. 


Supervising Architect. 



V * 




PUEFiLO 



Id 


H 


Preasury Department, 


In rcplyinq to tni« Lcttcr tmi 
iNiTIAUt IN URNCN RIQNT-NAND 


OFFICE OF THE SECRETARY, 

Washington,September 15,1903 



Mr, Lee tJllery, 

Superintendent of Construction, 

United States Mint, (New), 

Denver, Colorado. 

Sir:- 

You are hereby directed to visit the Post Office building 
at Pueblo, Colorado, Mr. John H. Mitchell, Custodian, where you 

S^ve consideration to the statements contained in his let¬ 
ter of the 10th instant, relative to the necessity for additional 
space for the transaction of the Money Order and Registered Letter 
business in that building. Copy of this letter will be found on 
the Custodian*.s files. 

Please prepare such sketches and specifications as may be 
necessary to afford the relief desired and forward the data with 
your specific|recommendatlons and an estimate of the cost, for 
such further action as the Department may determine. 

Upon completion of this duty, return to Denver, Colorado. 

Your actual traveling and subsistence expenses while in perform¬ 
ance of this duty, will be paid from the appropriations unier the 
control of the Supervising Architect. 



Respectfull}'-, 


S 

T 





CHIC AGO, TTEf P.O. 
SBP 



IN REPLYINO.QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 


TREASURY DEPARTMENT 

WASHINGTON Sept. 16, 1903. 


(IHCLOSUEE 3209) 
(FORWAEDIHG) 


Superintendent of Construction, 

^ U. S. Mint (new), 

I Denver, Colorado. 

^ Sir: 

There is enclosed herewith, for your information and files 
^oopy of Office letter this day addressed to Messrs. S. Faith &« 
Co., contractors for the mechanical equipment of the Building 
^for which you are Superintendent of Construction, approving 
oertain drawings sutmitted ty them showing the general layout 
*of elewator plant to he installed under the contract. 

A set of the approTed drawings is being forwarded to you 


under separate cover. 


Respectfully, 



Acting Supervising Architect, 


treasury department 



IN REPLYINO.QUOTE UPPER INITIAL. 
RIGHT HAND CORNER. 


WASHINGTON 




ivomihum) 

M«0«r8» S* Faith h Oo*^ 

r«3m8jrlv«2ila Avo., 
lliiXadalphiat faimaylTfiiiia, 

4 

GantXasaaiis 

Kafarrine to pour lattar of tha X4th aohnlttlag 

drttwinga« in tripXieata* ahowia^ gaaaraX Xayout of aXoTator plant 
to ha l&ataXXad at tha U* s» Kint {nair)» 2>eaTar» Colorado, tmdor 
pour ooatraet for tha mohanioaX aquipoant of aaid building, pou 
ara adriaad that oaid dravin^a ara approrad, ax^ hara haan giraa 
Offlot aumhara aa foXXowat 

lift PO« X E^SSO* 

Lift i&o* 8 £«88Xt 

lift 50. 3 ———-I**—S«888. 

A aat of tha approrad draalnga ie haiag ratumad to pou 

ondar aaparata oorar. 

HaapaotfolXy, 

(Signed) J. P. 


Aotiag Buparriaiag Arohitaat. 






/<^ 

TREASURY DEPARTMENT 


DEIJVER MI1TT,M^. 



IN REPLYING. QUOTE UPPER INITIAL, 

RIGHT HAND CORNER. 

(ENCLOSURE #4499) 
PORWARDING. 


WASHINGTON Sept. 16, 1903, 


I 


The Superintendent of Construction, 
f United States Mint Building, 

Denver,Colorado. 

Sir: 

There is enclosed herewith for information and file a 
copy of Office letter of this date addressed to Mr. James A. 
McGonigle,in care of the Elour City Ornamental Iron Works,and, 
under separate cover,one print each of shop drawings Nos.228 
and 229 for certain work in connection with the interior fin¬ 
ish of the building for which you are the Superintendent of 
Construction. 



Acting Supervising Architect. 
S 


B. 


liSNVSa MlNTjSSW, 



In RCPi.YlNQ TO THIS LETTER THf 
initials in upper RIQHT-MAllO 
CORNER MUtY BE REFERREOTO- 


Treasury Department, 

Office of the supervising architect, 

Washington, September 16,1903. 


(FORWARDIHO) 


Mr. Joeaies A. MeOonlgl«, 

Care,Flour City Ornamental Iron Yorka, 

27th Street and 26th Ayenue,Souths 
lUnneapolla, Yinnaaota. 

Sir: 

The Office ie in receipt of your letter of the 10th in* 
etiint,transmitting! In quadruplioate,shop drawings for bumpers 
in machine room,ete.!to be supplied under your oontraot for 
the interior finish of the new United States Mint Building at 
Denver,Colorado,and in reply you are advised that said draw¬ 
ings have been given Office numbers 228 and 229,and two sets 
^ of the prints are this day returned to the above address ap- 
* proved, subject to the specification requirements regarding 

tlttinetmeMurem9ntB,eto. 

Respectfully, 

(Signed) J. P. LOW, 

Noting Supervising Architect. 


B. 



Inclosure 4068 


hxTtrslyina to iJ\i$ Letter the 
inirials In upper r(ght*hand 
orntr must be referred to. 


/ (p 

Treasury Department, 


Office of the SUPERVISING architect, 

Washington, SeptemlDer 16,1905 



Superintendent of Construction, 
U. S. r:int (iTew), 

^ Denver, Colo. 


Sir; 

There is returned herewith, the specification, with accompany¬ 
ing drawings, submitted v/ith your letter of July 28th, last, of 
proposed alterations in the post office and court house in your 
city. 

A considerable saving in expense could be effected, and it 
is thought practically as satisfactory results secured by the 
following modification of the scheme outlined by you: Permit the 
hLe^y wall, toilet fixtures, etc., next to the stairway to remain; 
om**^ the cutting of doorway "B", and utilize the nev/ room at 
stairway for the jury in lieu of the Eailway Lail Service. As¬ 
sign to said Service the two adjoining rooms marked "x" and ”y” 
on the inclosed tracing, doors "A” and ”C” to remain as they are. 
Door could be kept locked. It is thought that the small 
space sacrificed by this modification would be compensated for 
by the saving in co st. 

The matter, however, is submitted to you for your oonsidere- 
tion, as you are familiar with the ;looal oonditious. emd it is 
requested that you will please advise the office of your views 
ar.d recommendations in the premises, and if you do not .^now of 
any objection to this modification which in your judament would 


D?,1TYSR P.O. 3ept. 16, 1903. Supt. Ullery. 


Page 2 . 


make the same inadvisable, it is requested that you v/ill make 
the necessary changes in the specification and drawings and for¬ 
ward them here. 

It is suggested that you confer with the Custodian of the 
building in regard to this matter, in order that he may be ad¬ 
vised in relation thereto. 


Eespect fully. 



Acting Supervising Architect. 



/■ 

TREASURY DEPARTMENT 



DElTYER.irEW MIET. 


WASHINGTON sept. 17, 1903. 


IN REP-YIHG.QUOTE UPPER INITIAL. 


Superintendent of Construction 
U. S. Mint (new). 



Denver, Colorado 


Sir: 


Referring to your letter of the 10th instant, relative to 
trims for doors and windows of toilet rooms at the building for 
which you are Superintendent of Construction, you are advised 
that, in accordance with paragraph i^274 of the specification 
for mechanical eq,uipment, marble trims are to be provided for 
all doors and windows of said toilet rooms. Trims to be 6" 
wide, those for windows being shown on drawing P-78. Door trims 
are to extend from floor line to head of doors, in one piece, 

I 

and the trims over the doors are to be of such length as to 
extend from outside to outside of door casing and the width of 
the side trims, in one piece. You are requested to inform 
the contractors accordingly. 



Acting Supervising Architect 


5 


f 




DEirV’SR,3SfEW MIITT. 



IN REPLYING.QUOTE UPPER INITIAL. 
RIGHT HAND CORNER. 


1 ^ 

• • 

TREASURY DEPARTMENT 

WASHINGTON Sept, l7, 1903. 


(lUCLOSURE 3E14) 


Superintendent 

U. S. 



of Conetruotion, 
Mint (new), 

Denver, Colorado. 


Sir: 

There is enolosed herewith, for your information and files 
copy of Office letter this day addressed to Messrs. S. Faith 
& Co., contractors for mechanical equipment of the building for 
which you are Superintendent of Construction, which is self 

e:q)lanatory* 


Respectfully, 



Acting Supervising Architect. 

s 



TREASURY DEPARTMENT 


WASHINGTON 

8, Faltli $f Co*, 

' E4£? PGxmeylTftnla 

Ihlltidelplil»g PesptiylTania. 

Gtntl^^nezit 

to your letter of tb# lith stiitiii^g 

that you hare praotloally eomplatad th« oondalt work itt oocaao-* 
tiou YJlth ^'OUT ooutraot for tha mtohanlcal aquipmont of the 
Uo i>, -lat (ae^) at PenTor, CoXoirado, and raquaatlag* pariKiaaion 
to draT» ia the wires at oaoe, you are advisad th&t the tins© for 
drfi;;slcg ia wire© ic provided for by the opeoifioatlon, aad you 
are requested to cogaa Ba loate with the SupaTi&teudeat of Conatroe** 
tloa on the euhjaot* 

Eespeotfully, 

(Signed)V J. P. low, 
iotliig Suporv^^eiBg Arohltc^t. 



DETOR {neyr) lIllIT, 



IN REPLYING. QUOTE UPPER INITIAL 
right HAND CORNER. 

(EJOLOSUPJI 3052) 
PCRVJAP-DIITG 


'9 

TREASURY DEPARTMENT 

WASHINGTON September 18,1903. 



The Superintendent of (construction, 

Ker.r Mint Building, 

Denver, CJolorado. 

Sir: 

Thers is enolossd hereTrith for information and 
file a copy of office letter this day addressed to 
the Diehold Safe S: Lock Company,and,under separate 
cover, approved prints of chop drawings Sos.4580,4581, 
4583,4584,4586 to 4608, inclusive,therein mentioned 
in connection with the vault work in the building 
for which you are the superintendent of Construction. 

Eespeetfully, yj 

Acting Supervising Architect. 



In «EI*I.YH« to THiS Lktck The 
imri*LS IN UHPeR (HaHr-h*„o 
CONNEN MUST BE fIK«Et*EO To 


Treasury Department, 

office of the supervising architect, 

Washington, R^Ptenber !« 


(POmA!\BIKG) 


Dlebold Safe Ijock CoiTitanv, 

Canton, (Xiio. 

Gentle-4n: 

3nd ooninunloation of the 

^no. in„t.ant with prints in quadnipUcctc of pim-, 

4L,tt 

vault- r >5" 

^ ^ liist aied undfjr vour Oi>n- 

oL ^^«ii<^-^n-,Lenver,Oolorarto,Ir 

bo f'.by acknnir/lo-l>o(!,aM ono set of said print.<j Iiao 

rcturnod approve(t,fiubject to the charges 
ln-U<atod thereon in rc^’ and the r;:ecifioation ^-e- 

quirerientc regardin^*,fitting,m^asurcmentc,etc. 

In reply to tho various inquiries eontalned 
in mid letter,you are also advl.'iert as foilows,vl-: 

Door for vault 
thal ^or 

apF 


r* for vault «S" is to nyvinc the left,'iyhlle 
viult »»7»» is to swin^j to t e riTxrht,as rhOTTi 
^proved hop drav>-l-i>r* 

vinr C-8--V ghOT^D beams as revised ujidcr the 


8--V ghOT'D beams as revised ujidcr 
A. HcGonlole for tl-je Interior finish, 


*DrnY/i nr 

con^ of J. --.* . 

and^'bis (Ir.a'ria;^ should be fo .lowed. 

The lenrctlis of an'jle j^onts r-ill have to be obtain- 
f actual mearuroinrnt at tl'o building. 

The 5** begins under th*^ front of vault are 
^QjVIsotly shown on shop dx'avi:.^ ^ 4 GC 8 ^ 

"" Toe .Irons choul.1 he x;laoed between tl e nproi' am! 
double j^ates of storafjc vault corridor, but,in 
vi^of tho height of same,such tee irons should be 
ren^^able when the gates are open. It is assu med 
ths^ is now too late to arrange to set these tees 
so to '^et G* 0» cleai' head room underneath. If 
this co\ip^ be done the tees might be perrsianently 

secU-rM rkl^/*A 

The of day should be so arranged that 

brunloo»e/from the “2ly"?urniS thf" 

ortside without the key,by merely turninc tnc 
hftTiuIft 4 . 

w! *_ .Hn.iiil be fitted with different 

thrc"?SlSor foors inclde should all be operat- 
the care key. 

Roopectfully, 


n. 


Acting nupe vlslne Architect 


Form Vo, 40. \ 
Ell. 7 261901 3,000. f 


V. 


DENVER NEW MINT. ’ ' 

AUTHORITY FOR OPEN>MARKET PURCHASE. 

(Ml letter. U reptu to offleM com mmt rc/cr to Mtial in npper riuht.houd eorncr.) 


Office of the SUPERVISING ARCHITECT, 

Washington, D. c., September 19,1903 
Superintendent of Construction, 

U. S. Mint (New), 

Denver, Colorado. 

Sir: 


In view of the request and reconunendation contained in your 


letter of the 14th instant and the public exigency requiring the 


immediate delivery of the articles and performance of the work 

you are hereby authorized to incur an expenditure not to exceed 
forty-nine dollars and sixty-five cents ($49.65). 


in securing in open market at lowest prevailing rates 


for telephone service for your ^se as Superintend¬ 
ent, for three months from October 1, 190^* 
at $10.00 per month,.. 


For four tons of coal,... 
For one new window light, 


$30.00 

18.40 

1.25 

^ 9’65 


• r»fl.lled to printed ’'Instructions to Superxn- 
Your attention xs called to p 

r^rll issue and certify vouchers on account of 

tendents," and you payment to be made from the 

the above in Building.’Dei"'®’"* 

appropriation uiiy. --a- 

/;/Actir^ Chief Executive Officer. 







DENVER,UEr MINT. 



treasury department 



/ 


y Inclosure 5117. 


WASHINGTON Sept.19,1905.^ 


IN REPLYIHO.QUOTE UPPER INITIAL. 
RIGHT HAND CORNER. 


Superintendent of* Construction- 
New Mint Building, 

Denver,Colorado. 


Sir: 


I inclose herewith, for your information and the files of 
your office, a copy of Department letter of even date, accepting 
the proposal of S.Faith fc Co., in amount fifty dollars (^50.00), 
as an addition to their contract for the mechanical equipment of 
the building in your charge, to provide additional wire con¬ 
duits for outlets in well room, gas generating plant and biower 
room; and you are hereby authorized to certify and issue vouchers 
on account thereof, as required the terms of the contract and 
the printed "Instructions to Superintendents", payment of which 
vouchers the Disbursing Agent has been authorized to make frorn 
the appropriation for Mint Building, Denver, Colorado. 



Respectfully, 


Acting Supervising Architect 



JS5 






S.faith ft Co., 

'‘J"* S«U«im. 

i’onv«...,coiofA45, 

a<*nti«*r.«*n: 


®'*Pt, i»,l303. 


I?"' 


in iotfr II rooo, 

- -»..:::::; r “• ^ 

tnosthinKtwt i„ ' ^ro»-c«8i,d.tM 

r . ror 

.. Booharaohl •qt.ip^nt of th, bulging, to proUia ,«uioh«i 

•iootrlc wip., otnault* for outi«t.i i«. 

lot# in woii rooBi, gan gRooratlng 

punt «r«t bio.,r rooa ,t„ anoordano. *ith tho tor^o of four pr<,l 

P0»n,« iwbiie orifonoy POT-Urlne th« i: nRdlnto portorranoo of 
worK, 


It If! unio-fitQO<t *nd v-r«»54 that tnia •cooptanoe x» not 
to ft^foct tn«r tiee for th« ooisiplrmon of tho »orK, aa by 

thfi torrw of your contract; that the afcia is wXihout prajuilco to 
•'nr Bf4 sXX rl/*hi« of tha Unitost Statoa tnar«ttnior;anA without 
^fojUfUoa^olao, to any and all ri^hta of tha Unito4 stataa afrainot 
\hn. wur^tloa on the nond oxcoutodt for tho faithful fulfliimont of 
th' contract* 

Ploawa aoKnowlodfC the receipt of thl« letter. 

hespeotfulir^ 


ABflatant Steorotair. 

C* P • 



2 ^ 


"RR TJ VM' Ivif I , 



TREASURY DEPARTMENT 


incloBure 31iB. 


WASHINGTON Sept.19,1903.^ 



IN REPLYING,QUOTE UPPER INITIAL. 
RIGHT HAND CORNER. 


Superintendent of Construction 
new Mint Building, 

Denver,Colorado. 


I inclose herewith, for i^’Qur information and the files of ' 
your office, a copy of Department letter of even date,accepting 
the proposal of S.Faith & Co., in amount sixty dollars ($60.00), 
as an addition to their contract for the mechanical equipment of 
the building in your charge, to cut two chases in basement walls 
of toilet room #l,as stated in the acceptance; and you are hereby 
authorized to certify and issue vouchers on account thereof, as 
required by the terms of the contract and the printed ’‘Instruc¬ 
tions to Superintendents”, payment of which vouchers the Disburs¬ 
ing Agent has been authorized to maKe from, the appropriation for 
Mint Building, Denver,Colorado. 




Respectfully'', 



JSS 


Acting Supervising: Architect. 





«XKT. 


\ 


Ijaltn lb 

uxnt P^uixaine, 


d«n^XeRon: 


P«pt*X9,X:305. 


In of tho n\t\tmm% nriiX roooirrmfl^tJiori ^ont^UnM 
IB of th« 0th Instant, fror. tho fi\ip«»-int«sinient of (5onrtnie- 

Uon of th« now lilnt F'ulldlnr »t Donv«r,oolon!iLAo# yotn? i?rojs;o»«x, 
th<f» 8th Instant, tn anount ©Ixty dollars (Jao*oo), le horobr 
iccd^toi, aa an addition to vouf oontract datod Au/rruat 9,i90» fcr 
thrt r.*»onanlcol enulimv^nt of the building, to cut two ontaca in 




waliB of tollftt roots /l,in iiocop<t»n<j« wltn tho twi! of 
;n« mis»«ri«t<»nnant'» lo^tor to you of tho s?flth ultiino, and to ftl» 
mtlro B*ti8f«otion. « P^Ullo oxlfonoy wenirtn* tno lr.«.r.tlnto 

l»rfcrt:idnco of th« 

1% iB «n4or»^too<t an* BfW-n tftnt tnf «eoopt«no* 1 * not 
»o «ff«ot tn« ti.- for "" 

u of rottr contract; tn,t tho i« •Xtno.tt pro.iu^loa to 

,a tortna tnaraunnor: .nrt -Itnout 

", to onr ant all riritto of tn. Unit.d St.t.« .Kain.t 
Jrojualoo.al-O' „„cut.A for to. fithnu faifUi«:.«.t of 

\ho coiitraot. of thia lot tor. 




t. 

ir%i^ 


Atfti^tar.t soorotaiT. 


treasury department 


DENVER, MINT 



Z\3 


ENCLOSURE #4112 


WASHINGTON September 22,1903. 


IN RCPLYINO.QUOTE UPPER INITIAL. 
RIGHT HAND CORNER. 


The superintendent of Construction, 
Mint Building, new, 

Denver, Colorado. 


Sir: 


Referring to a report of progress of work in installing the 
mechanical equipment at the building under your charge, under date 
^he 17 th instant, as transmitted to this office throuigh you by 
the Inspector of Heating, Hoisting and Ventilating Apparatus, a 
communication based thereon, of which the enclosed is a copy, has 
this day been addressed to the contractors. You will be informed 

I 

of any further advices, and you are requested to keep this office 
closely in touch with the matter. 


Respectfully 



treasury department 

WASHINGTON 

r«pt«iBb«r 

k« 60 re. £. pmth ir Co., 

Ponnfiylvania 

PBiladalphi*, PorneylveniR. 
eantlaaos: 

Refwrir£ to a oontra t with you for ttoa supply of tjio oaohan- 
leal e(iuip2iant for tfeo u.E. Bint iiew , Porvar, Colorado, you aro 
new Infonaad that aopioue dalay In th-* pirforraanoa of th-» wor» and 

r 

alpo 0^ otMr work at th« buiidinc mwA, by r-Taeon of 

year failure to 29 ak« delivery of the bcllore.wlii arlee. you are 
row roQueeted to advlee thla off loo, wltheuT delay, no to the prob 
able date when you will ooniry»noe the work of Inatalllng the boll- 
» and you loust joake Ini^Midlate arrangersenta for the completion 
cf all work prolirainary to eettlng the boliMri* In plaoo In order 
that no Airther delay nay be encountered when the boilers aro do- 
llvorod at the building. 

Floaao advleo thle off loo fully In regard to thie laatter in 
order that the repreeontatlvo of this office at the building my 
be duly inforraed. 

Respectfully, 


hrr'*Fi viKT 



IN REPLYING,QUOTE UPPER INITIAL, 
^ RIGHT HAND CORNER. 

i 


rupervlsirg irohlteot. 




PEHTSR.ffCT MIITT. 



4 

treasury DEPARTMENT J93^u 


WASHINGTON Sept. 22, 1903. 


IN REPLYING.QUOTE UPPER INITIAL, 
RIGHT H/KNO CORNER. 


(lUCLOSURE 3230) 


Superintendent of Construction, 
(f U. S. Mint (new). 


f 


Denver, Colorado. 


Sir; 


There is enclosed herewith, for your information and files, 
copy of Office letter this day addressed to S. Faith & Co., con¬ 
tractors for the mechanical equipment of the building for which 
you are Superintendent of Construction, granting permission to 
use oast iron pipe sleeves in lieu of galvanized sleeves through 
brick and terra cotta walls, as per their request, referred to 
in your letter of the 16th instant. 


Respectfully, 






treasury department 




WASHINGTON i9C3. 

<M REPLYING,QUOTE UPPER INITIAL. 

RIGHT HAND CORNER. 

!Je8&r8. S. Faith* Co., 

U. S* Mint (new), 

Denver, Colorado. 

Gentlemen: 

In reply to yonr letter of the 15th instant, request* 
Ing permission to enhetitnte cast iron pipe sleeves for gal¬ 
vanized pipe sleeves through brie3r and terra cotta walls, in 
connection with yonr oontract for the meohanioal equipment of 
the U. S, Vint (new) at Denver, Colorado, you are advised that, 
in view of the statements contained in your letter, permission 
is granted to use cast iron sleeves in this instance in lieu of 
the galvanized elcevea called for by paragraph #146 of the speol- 
floation, without change in contract price. 

Respectfully, 

(Signed) J. K. Taylor, 



Supervising Architect• 


DEITVER, MIIJT. 



IHREPIYINO. QUOTE UPPER initial 

RIGHT HAND CORNER. 


treasury department 



WASHINGTON Sept, 22, 1903. 


Ii?plosure Ho. 4232. 


Superintendent of Construct! 
New Mint Building, 

Denver, Colorado. 


on. 


Sir:- 


I inclose herewith, for your information and the files 
Of your Office, copy of letter of even date, relative to the 
use of quarter sawed yellow pine, i„ connection with the con¬ 
tract Of James A. McGonlgle, for the completion of the hulldirg 
in your charge, 

r 

Respectfully, 


4 ' 

XCH 

*1 



-r' 


Slisir «is». 


22, 1B03. 


Mr, Jsm^n A, Uc«t>ixigiej^ 

Uniontown, Pa* 

Sir:* 

l^aferriag l^rthar to y<Mr of th« lat lontant, and 

to tho teso cf ^^yartar oaw«d plno, rotiwlrod by ^owr con* 

troot for tho eor^Fiatton of th« Faw Klnt building »t p«nv«r, 
Colorado^ you are odTiaed that th# flat grain will not b« *o- 
- eapt«4 in thoraof, bi>t any sabring will b« pormltted wMoh 

^ dooti not product flat grain otock. 

Hospcetfully, 


!rr!f 


nuperTi »tng AroMtaot * 


(PRIKTED HT5ADING), 



Pueblo,Colo.,September 24,1903. 


Mr.Lee Ullery, 

vSupt. of Construction U.S.Mint, 
Denver, Colorado. 


Sir 


The blue print and tracing showing the proposed enla.rgeinent of 
the Money Order and Registry room in this building,with your letter dated 
22nd instant,only reached me this morning. I return herewith the tracing, 
endorsed with my approval; the enlargement,made in accordance v^ith your 
plans,will in my judgment fully meet the reciuirements of the situation, 
and I can see no reason a,t this time to suggest any alteration of or ad¬ 
dition to yoiir drawing and specification for the proposed improvament. 

I trust that in your communication to the Department relating to 
this work you will urge the importance of speedy action, to the end that 
the improvement may be completed,or practically so, before the holiday 
nish of business v/hich begins just before Christmas, and with which we 
shall be unable to cope successfully with our present restricted facili¬ 
ties for handling the registry work. 

Respectfully, 

(Signed) Jno.H.Mitchell, 


Custodian. 


(PRIKTRD HEADING). 


Denver, Colo,,September 24 , 1905 , 


Mr,Lee Ullery, 

Superintendent of Mint Building, 


Dear Sir;- 


Denver, Colorado. 


As per your reqiiest of September 1st,asking for bid to do 
certain work aooorUlnc to plan TIo.225 received, I will furnish nater 
lal and labor necessary to do the work according to plan No.225 and 
your instructions contained in le1;ter of September 1st, 1903 , for 

♦1,075.00. 


Yours truly, 

(Signed) James A.MoGonIgle. 


ISENVBR, ITEW MI2TT. 



IN rcplyino.quote upper initial, 

RIGHT HAND CORNER. 


■ • 

treasury department 

WASHINGTON 

September 21 , 1903• 


Superintendent of Construe tion, 

Mint Building, 

Denver, Colo. 

Sir: 

Replying to your endorsement of the isth instant, attached 
to voucher In favor of S.Palth and Company, payable from the 
appropriation *New liachlnery, irint at Denver*, I have to advise 
you that letter dated August 9, 1902 erroneously quoted the 
appropriation as "Hew Machinery, Denver Mint-, and you are 
hereby directed, in the future preparation of vouchers on ac- 
count of tMs particular work to quote the appropriation as 
"New Machinery, Mint at Denver•♦, this quotation being the cor- 
>*ect one as given in the Digest. 


Respectfully, 






D-Kry^FIR MINT (NEW), 




treasury department 

WASHINGTOI«ept. 21, 19^ 


IN REPLYING. QUOrC UPPER INITIAL. 
RIGHT HAND CORNER. 



uenver, Colorado. 

Sir: 



1 JiaTC to aotaowledge the receipt of your letter of t 
28th Ultimo relative to certain framing in the brllding 1 


your letter of the 


in your 


charge, and you are adyised that the 8" channel, the S" x 4" 
tee, and the 2 l/4« x 4" angle referred to, and shown on drawing 
No.H-eS at "Section 17-18" are a part of the framing for the 
acid fume ducts from the c eiling of the furnace and acid labora¬ 
tories of the second story and shoiad be furnished and placed 
by the contractors for meclianical equipment* 

As a new 12" I beam has been placed by the contractor for 
Interior finish, in the approximate location of the 2 l/4" x 4" 
framing angle referred to, you are instructed to obtain from 
the contractors for the mechanical equipment, a proposal for 
the omission of said angle; the framing for ducts to be connected 
the I bearii in place, and forward the same to this office 
with your definite recommendation. 


Respectfully, 


SOP 



c 



®fftcz of (S^nstoAim 

U. s. COURT HOUSE AND POST OEEICE, 

Pueblo,Colo,,Sept 23,1903, 

Mr, Lee Ullery, 

Sup't of Construction, U,S,Mint, 

Denver, Colorado, 

Sir: — 

I return by this mail, under separate cover, the plans on vdiich 
you have sketched the proposed enlargement of the Registry and Money 
Order room and lobby, at this building. I do not hesitate to say 
that the work, if carried out in accordance therewith, will be satis¬ 
factory and the improvement adequate to the end in view. 

I trust that no time may be lost in getting through the necessary 
steps preliminary to the letting of contract for the work, it being 
Of the utmost importance to have the improvement practically com¬ 
pleted before Christmas, 



Respectfully, 


Custodian, 




Jelegraph-cable company 


' J.o. Stevens''^""'"' ^ 

— ^'^S.Sec’y. WM.H.BAKFR V P P. g. 


IN CONNECTION 
WITH 


THE COMMERCIAL CA BLE COMPANY 

CLARENCE H. Matk’av d- -j. .- 


Z-* I— oec-v. 

ELECRA 


ALBERT 

J^BERT BECK, Sec’y. GEO, fi. W^cn 



int, j 

'■ V. P. «Si G. M. I 



1303 


215-CH.V, 24 


sn 

VTashinctou, D.C*^ 

Sup*t. Of Construction, * 

lle\7 Mine Bureau, 

Denver, Colo., 

Ts.ua .ouoher.3 Mcaonl^aa contract for . 0 .. done up to data lattar 

J. K. Saylor, Supervislnc Archltact 

- Ztss-pm 












] “ MINT. 




Inclosure 3140 . 


treasury department 



WASHINGTON Sept.24,1903. ^ 


superintendent of Construction 
New Mint Building, ' 

Denver,Colorado. 


Sir: 


I inclose herewith, for your information and the files of 
your office, a copy of Department letter of even date,accepting 
the proxjosal of S.Faith & Co., in amount three hundred and thirty- 
two dollars (^^352.00), as an addition to their contract for the 
mechanical equipment of the hiulding in your charge, for additional 
electric, conduits,wires,etc.,as stated in the said acceptance;and 
you are hereby authorized to certify and issue vouchers on account 
of the work, as required by the terms of the contract and the 
printed ’'Instructions to Superintendents”, payment of which vouch¬ 
ers the Disbursing* Agent has been authorized to make from the ap¬ 
propriation for Mint Building, Denver, Colorado. 




Respectfully, 


JSS 






% 

i^int max^ine, 

COlO^O^O* 

In vlow o* thf) and ©oniainf^d 

i5i Xi»t.^f9r of tdo Irmtniit, Ti^n. ih® fupoylnton'tdnt of Oonfttruo**' 
Uon of tho nm u%i%% yulMIne ftt XJ^nror,Colorado, and In aooord- 
%no« with %h^ approval of thlr- DopartJaont, rour propoaal, dato^i Uio 
CXh Inaiant, adiroaf^od ic }ili^,Xn fiCiOTmt throo nundrod and 
two doiiara (#3r^»00i, Xn ht^rooy accoptod, m m addition to your 
eontraot d»tad Aufii^.t 0,100^ for tho {Roonanioal ocsulps^ont of tho 
l^feulldlng, to furnlah and plaoo oortatn additional oloctrio oonduita* 
I wlr*4»^,oto. ,in ftooor i&noa with tn© t^rfca of your proposal,and to tho 
ontiro aatiefftotion of tho eupo-lntondont, a jwiblic oxlroncy ro- 
r Qulrtnr to odlato iwforranoo of tho worK. 

It la imdor«!tG©d and agro^Kl that this aoooptanoo 1« not 
to ftX'foot tha tiro for tuo ooii^ploUon of tho vorK, a» roquirod by 
tOT!5fi of your oontraot; tn«t tno la without projudlco to 
any and all right© of tno Unltod statoa theroundor; and without 

> 

pyujudio^#a-tao, to any and all righto of tho l^nltod statoa agalnat 
tfirt on tho bond oxeoutod for tho faithfiu faifiii!r.4int of 

th"® ocntraot# 

Pl©aa«i aoKnowXodgn tho roeolpt of tnla lottor* 

* awepoctfuily, 

m 

I 

TThTntrr^fljrt Soort^tary. 

J.c.p. CUImjii 

jne I 


DEHVER.HEW J.O. 
"IF 



IN REPLYINO.QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 


TREASURY DEPARTMENT 

WASHINGTON Sept. 24, 1903. 


(IKCLOSUEE 3234) 
(FORWARDING) 


Superintendent of Construction, 
U. S. Mint (new), 

Denver, Colorado. 




Sir: 

There is enclosed herewith, for your information and files, 
copy of Office letter this day addressed to Messrs. S. Faith & 

Co., of Philadelphia, Pennsylvania, contractors for the mechanical 
equipment of the building for which you are Superintendent of Con¬ 
struction, approving certain prints and cuts submitted by them 
in connection with the elevator plant included in their contract. 

A set of approved prints and cuts is being forwarded to you 

under separate cover. 

Respectfully, 







treasury department 



IN REPLYING.QUOn UPPER INITIAL. 
RIGHT HAND CORNER. 


(FOEWATvDIM) 


WASHINGTON 


Sapt. £4, 1D03. 


HeBsrB. S. Faith i Co., 

£427-23 ? enno.ylvanle Avenue, 

Philadelphia, Penneylvania. 

Gentlemen: 

referring to your letter of the 22d instant, submitting, 
for approvel. prints, in triplicate, el.orlng wiring dlagramE of ’ 
controllers, assembly drawing of guide gripe for lift ro.l, and 
gerersl arrangement of machines for lifts Koe. 1, £ and 5, in 
connection with the elevator plant included in your contract 
for the Tecbnnicel eouipment of the U. S. ‘.'int (new) at Denver. 
Colorado, you are advised that sold prints are approved and have 
been given Office numbers E-233 to E-23S, Inclusive. 

The cuts, showing iront and back arrangements of con¬ 
troller boards end rubber mat design #4, which were received 
with above prints, are also approved. 1/2" thick mat to be used. 

A set of approved prints and outs ds being returned to 
you under separate cover. 

Respectfully, 

(Signed) J. k , Taylor, 

Supervising Architect. 


deiver.uew miut. 

TREASURY DEPARTMENT 

WASHINGTON Sept, 24, 1903. 


IN RCPLYINO.QUOTE UPPER INITIAL, 

RIGHT HAND CORNER. 

(IITCLOSURE 3232) 
(FORWARDIIfG) 



Superintendent of Construction, 
^ U. S. Mint (new), 

^• Denver, Colorado. 


Sir: 

There is enoloeed herewith, for your information and files 
copy of Office letter this day addressed to Messrs. S. Faith 
& Co., of Jhiladelphia, Pennsylvania, relative to approval of 
eampll switch, drawings of switch toard, etc. submitted in 
connection with the worh incident to installation of mechanical 
equipment at the tuilding for which you are Superintendent of 

Construction. 

The sample switch is being forwarded to you this day. by 
esqpress. 

Respectfully, 




TREASURY DEPARTMENT ' 

, WASHINGTON Sept. 24, 1903. 


Messrs* S* Faith Ic Co*, 

g4E7*>*33 Pennsylvania Ave., 

Philadelphia, Pennsylvania. 

Gentlemen: 

E*f*rrinK tb your lett.r of th* 16th instant. auh- 
mlttl,ig eainpl* of oircult hreakar and drawinge. In tripl*oate, 
of ealtoh hoard for use in oonnaotion with your oontraot for. 
tha maohanioal aquipaant of the U. S. Mint (new) at Deny.r, 

Colorado, you are advised as follows; 

The Btmple 800 -ampere triple pole, double throw. 

aonhle break awitoh aubmitted for use on switoh board ia ap¬ 
proved . and will be forwarded to the Superkntendent of Con- 

etruotion. 

The sample of marble for switoh board is rejeoted, 
as sem* is not in aooordanoe with the speoifioation, and you 
are requested to BUbmit another sample complying with para¬ 
graph #769, which calls for "first grad* 'Mountain Bark' blue 
Vermont marble, and with paragraph #803, which require, sample 

to be ”not less than 8*-0" % 4*-0" in sise. 

The switoh board drawings submitted are rejected. 

for the following reasons: 

1« Sons of the circuit 


deiivkr.is^ mikt. 



IN REPLYINO.QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 


breakers shown is in accordance 






with biiaoxfloctioa r*qulr«B»iit, i>angr«p]ia Voa. 77 $ aad 777 , 
oaXling for "Indapandant arm circuit breakers.” 

2. ijrtwiae S. S. 83 .hows on the extreme right iMi panel 
e 6 essMter, whll. dr«wlng eahsolttaa ahotn a 76 anaaatar, and 
on the extreme left hand penal It abowa a 6a ampere circuit 

hreeker, while Office drawing Indioatee a 800 ampere circuit 
breaker* 

3. The drewiug abowln^ back of board la^^out le Inaccurate 

aud IxiooiRpXete* Thara is no detail dravlng of trioi or 
pedectal, and the eketoh of pedestal ae glTen is not 

in aooordnnoe with drawing E* W. 93* 

The Amwinu^e BB A whole, do not indicate that builder 
he» exteneiYe knowledge of fir8t«*olass switch board work* They 
are being returned to you under separate cover, and you are 
requested to submit oorreot and complete drawings In their piece, 
glTlng neme and sddrese of switch board builder, end advising 
this Office of at leaet four places where hie boards have been 
inetalled and can be seen. 

Hespeotfnlly, 

(signed) J. K, Taylor, 


Supervislhg Architect. 



DENVER,NEW HINT 





IICLOSURE 7f3276 


treasury department ‘ 


WASHINGTON Sept .24,1905, 


IN replying,QUOTE UPPER INITIAL, 

right hand corner. 


Superintendent of Conetruction 
Mint Building, 

Denver, Colorado. 


Sir: 


There is inclosed herewith, for your information, a copy 
of a letter of even date relative to certain samples of hard¬ 
ware submitted in connection with the contract of Itp, James 
A.'McGonigle for the completion of the building under your 
charge, which is self-explanatory. 

The following telegram was sent you on the 23 d Instant, 
which is hereby confirmed: 

'^Issue vouchers, McConigle contract, for worh done up 
to date. Letter.” 

Duplicates of the approved samples are forwarded to you 
herewith, under separate cover, for the files of your office 
and guidance in accepting the work. 


Respectfully 



m 



DT:iir’n,ni"W MINT 






Sepu 


• ^?4)i90o* 


Kr. Jnnes A. I'.Aaoni^le, 

IlevT DullfUinf;, 

Denvt-jr, Colorado, 

Sir: 

I >invG to acicnonledfie receipt of your telecpram of the 

d inntant submittinfj samples of herdvraro for aprroval In 

connection with your contract for the conpietlon ot tho hew 

Mint huildinn at Denver, Colorado, and you are advioed that 

the x'olioiflnc are ap: roved: 

Double aotinc spring hin^e 
Locl^ Tor entrance a.id co?’rldor doom 
Lock for co^i'minlcating doors 
n.scutc' eonu 
Knob for intoriOr door 
Axle pulley 

Bar cash ad^Justor ior sqb>i pivoted top and bottom 
SocXet cash 1.1 fts 
Sash fasteners 

SocKet plates and pull,for upp^rr slidln^^ sash. 
Transom openers 

Bolt for lo^'^f of double swinginr' doors. 

Looks for tollot rooms orenlng off offlcewsore ao- 
proved,provided mad© antl-fr‘ctlon* 

as reQ’ulrod by the npeolficatlon. 

There are also submitted two s all 5**x.?"x?5/39** plates. 

If these are Int^fed for sam^ les of push and Kick plates 

they are approved for thickness and finish, the Rise to be 

as rofiulred by the contract. 



r 5 :r-SR,::>:w MIKT..Sept,S4,1905.Mr.l*cOoniale-2 


s 


Tho following samples are rejeoted: 

^ r)*x5“ butts as they are too lirtht 
L^7>'^x7i^ butts as they are too lir;ht 
Co'v Timleating door lock,as it is not a cylinder lock^ 
-^'Sliding door look*as it has no cylinder, 
i^jQCT check, the body of which should b© bronze 
and the working' parts of 'Hrons^ iron, 

^Rebated sash centers, as pitis are 1/9" instead of 5/8" 
as reouired, 

^‘he following items are required for the work, but 

have nov *' on submittedt 

4" ‘(-utts 
2" bvitts 
Closet door lock 
^Knob Tor exterior loors 

i.ever latch for certain slidinT doors 
I—cabinet lock for drawerB in Gcreon,etc, 

'/ Sash chain 
Srring balance 

Mortise French window latches 4 . 

Spring catches and hooks :ov Qosh binged a- top 

Stay chains for certain sash 

Spring ring catches for certain sash 

Dt3**‘ Vf&T* ttii 3-Xf* 

Brass'hooka s/s** ^or ho idiiiG doors open 
Ttiere appears • be a look narked Tor 3 ui>-base:nent "or 
beveled edne doors •'Ith lat.ob. and dead bolt, but it is not a 
avlindor lock, and there is no opecia»;iook ;»ntioned in the 

» 

gpoclf icatlon* 

There arc subralttod tv,-o looks l oth of .riilch are for 
co.-nunicatln.: doors, one of said looks baa boor accepted and 

the other reicoted# 

The apnroved samples will Superinte 

asnt for the fUca of his o-floe and ruilsnoe in acceptin- 

the work* 



DirSTvm^ITKr Sopt,r4,15^or*. Kr.lcDonlnle, 


s 


Tho Biiperlntendtut cf Conatr^^jtlon wan <^lr«rtted 
Oil tho 231 Imtant to it^s .a vouchero for worl: done up to 
thin tli 2 o, and ;Q>on roceipt of the halarioe of t’lc hardware 
oanplon ho ’Jill be dl to continue tho lemiano® of th© 

vouchors» accord!ri;': to the ter’«s of yoiir contract* 

Uespcctfully, 

^iupervlnlnf: Arohltoct* 


m 








■ ?5\ 




CHICAGO. NEW YORK. 
BOSTON, BUFFALO, 
VtLANaRlCHMOND, VA . 
HOUSTON, DENVER. 

UN FRANCISCO, TO LE D O 
MEMPHIS CHARLESTON,S C 
ST PAUL NAS HVILLE 




•>t<7ns -HKO -Ji.' vrzMj : 


W. W CLA R K, 
pncs iOCNT 

F HERBRUCK. 

VICE PPEST 

r c B AE H R E N S 
SCCYftTRCAS 
THOS JNO TAYLOR 

SUPERIMTENOENT 


(^c7//lO//,(%Ja Sept. 26th,1903, 


Mr. Lee Ullery, 

Supt. U. S. Mint Bldg., 

Denver, Coio 7 ., 

Dear Sir:- 

Replying to your favor of 22nd inst., we wish to 
state that there will be no objection to placing the walls 
surrounding E. & F. also G. ^ M. have,however, 

structural work to T>e placed in these walls, and are preparing 

same to he shipped in the near future. together with the 

+ reauired under our contract, 
foundation beams for said vaults requir 

^,^rt this work we will notify our Mr. 

As soon as we ship this worjt 

Garretson to place same in position. 

W the work on vaults E. & F.. and will notify 

We are rushing 'ne 

you when same can be shipp®^* 

Very respeotfully, 

piebold Safe & Lock Co. 

Per. ;wo 



^4 k 
























Treasury Department, 

OFFICE OF THE SUPERVISING ARCHITECT, 


deuveHjITEW mint. 



comer must be referred to. 


(enclosure #5025) 
P0 RWAEn)ING. 



Washington, September 29, 1903. 


The Superintendent of Construction, 
U.S. Mint Building, 

Denver, Colorado. 


Sir; 


There is enclosed herewith for information and file a 
copy of Office letter of this date addressed to Mr. lames A. 
McOonigle.and.under separate cover,one print of shop drawing 
#a 39 .therein mentioned.for the coal hole covers to he suppl 

nonneotion with the contract for the interior finish o he 
hnilding for which you are the Superintendent of Construction. 

Respeotfully, 







B. 





dbhver mimt.hs*. 



In re^lving to this Lettcr the 

INITIALS IN UPRER RIQhT*NANO 
OORNCR MUtT RE REFCRRCO TO. 


Treasury Department, 

OFFICE OF THE SUPERVISING ARCHITECT. 

Washington, September 29, 1903* 


(TORWARBINO) 


Vr. Tames A. KoGonlgla, 

Hew U.S. Mint Building, 

c 

BenTcr,Colorado. 


Bir: 

The Office le in receipt of your letter of the 24th in- 
stent, traneaiittine, in trlplioste.ehop drawings for coal hole 
oorers to he supplied in connection with your contract for the 
interior finish of the new U.S. Mint Building at Penwer,Colo¬ 
rado.and in reply you are adrieed that said drawing hae been 
giwen Office number 239,and one print of saBe is herewith re¬ 
turned apprOTed,subject to me corrections noted thereon in 
red and the specification requirenents regarding fitting, 

■taasuromoots f • 

Respectfully, 

(Signed) J* K!. TAYLOR, 

Superrising Architect. 


Be 


MI¥T. 




Treasury Department, 

OFFICE OF THE SUPERVISING ARCHITECT, 


Washington, Sept. 28, 1903 , 


(lUCLOSUEE 3245) 


Superintendent of Construction, 

U. S. Mint (new), 

Denver, Colorado. 



There is enclosed herewith, for your information, a copy of 
Office letter this day addressed to Mr. James A. McGonigle, con¬ 
tractor for construction of the "building in your charge, relative 
to the oil storage tanks to he placed in the building. 

Respectfully, 


'ciU 




Acting Supervising Architect. 



DESTER.m Kim. 
SBI 



In replying to tkU Letter the 
intiiaU in upper right-hand 
comer must be referred to. 


Treasury Department, 

OFFICE OF THE SUPERVISING ARCHITECT, 

Washington, Stpt* £8, 1903. 


Mr. Jamo8 A. MoOonigla, 

Ve S. Mint (new), 

2)«nTer, Colorado. 

Sir: 

In reply to your Inquiry of the 19th instant, you are ad- 
Yieed that hide for oil storage tanks for the U. S. Mint (new) 
at Denver, Colorado, will he opened kn the office of the Director 
of the Mint on Ootoher Slat next. 

Bespeot fully, 


Supervising Architect. 


DETVSR, IOT; MliTT. 



IN RCPLYINO.QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 


treasury department 

WASHINGTON • 28, 



IncloBure ITo. 4247. 


Superintendent of Construction, 
ITev/ iiint Building, 

Denver, Colo. 


Sir 


There is inclosed herewith, for your information and the 
files of your office, copy of letter of even date, relative to 
approval of 16-onnce copper and rejection of 14-ounce copper, 
sulDinltted for approval in connection with the contract for the 
completion of the building in your charge. 

Respectfully, 





Acting Supervising Architect. 



J— 


KCH 




i>k?jvbr^ Mint. 


S«pt. 28, 1903* 


Vr. iCcOoaigie 

ITsw Mint Builcii2'i^r ^ 

“^Denver, Colorado. 

Sir 

t hmT« to wfcnowlodgo roooipt of your l.Uor of th. nh 

tn«tant, ona uadior oeparoto coTor tho oaatolo. nr «„ 

wio saapioa of ooppor roforred 

to th.roin. .utotttod in oonnootlon with your oontrwt for th. 
coapl.tlon or th. no* «i„t buUdin* at D.aT.r, Coiorddo, and 
you ar« adriood that the 16 -ounce copper l« approved for uae 
in the work where such material ie required and the iBaterlai 
eubailttod ae Id-ounce copper ie rejected on account of being 
light. 

Reepeotfuily, 


Swpervleing Architect. 


KCK 


fOTBH No* 16S* _ _ 

THIS WESTERN UNION TEImEGRAPH COMPANY. 

- INCORPORATED - 

23,000 OFFICES IN AMERIC A. CABLE S ERVICE TO ALL THE WORLD. 

This Comoany TRANSMITS and DELITRBS messages only on conditions limiting its liabUity, which have bron ^ 

Errors can^b/gnarded against only by rep'^aing a message back to the sending station for comparison, and ^e 
In OT a^^oTDn^p^ted ]lte.Mt|e., b^d the amount of tolls paid thereon, norinany case where the claim is not preeentod in writing within sixty ^ 

*^^T^i^^2^^R:i^EATra:D^M^§5S5]£*a^i^e^e^ by request of the sender, under the conditions named above. 

ROBERT C. CLOWRY, President and General Manager. ___ ^ 


:7<Pf 


DECEIVED at 1114 to IMS 17th 8t., Denver, Colo. 

148 A K1 H 2i> paid iOvt 

# 

K Washington, DC Oct 8 

Suj)t. construoUon. Hew tllnt. Denver. Col- 
NO objection to arranglnj besement corridor ceiling 

as suggested by your letter 
' Sept thirtieth* 

T K Taylor. supervising Architect. 8obp 


NEVER CLOSED. 













(DBUVEE (new) IttllT) 



Treasury Department, 

OFFICE OF THE SUPERVISING ARCHITECT, 



In replyina to this lifter the 
inihaU in upper right4iand 
comer muet Sc referred to. 


YTashington, October 5,1902; 


'Che SuperinteiK^ent of Construction, 
'^^^nited States (nevr) Mint, 
Denver, Colorado. 


Fir: 

The receipt of your letter of September 30th 
relative to the finish of the basement corridor 
ceiling at the west window in the building for rhich 
you are the superintendent of Construct ion,is horoo/ 
acknowledsed.anfl In reply you were wired as follows 


under date of the 3rd Instant: 


«No objection to 
•celllngfas suggest 
’♦thirtieth"* 


arranging basement corridor 
ed by your letter SeX^tember 


Respectfully, 







DEITVTilR, irm ]niTT 




Treasury Department, 
Office of the supervising architect, 



In replying to thu Letter the 
initieUi itv upper nght-hand 
comer mutt be referred to. 


Washington, October 5, 1903 


Inclosure ITo. 4615 


Superintendent of Construction 
New Mint Building, 

Denver, Col. 


Sir 


There is inclosed herewith, for your information and the 
files of your office, copy of letter of even date, accepting 
the proposal of James A* McGonigle, to change front entrance 
door of the building in your charge, so as to permit the right 
hand door to swing first, without expense to the Government, all 
as set forth in said letter of acceptance. 


Respectfully, 






t-iHI 


JJBHVER MIHT (!IEW). 


October 5^ 190;^* 


Mr. J ^08 A. KcOonlgle, 

Sew Mint Buildinfs, 

Denver, Colorado * 


Sir :- 


Your proposal of the 23th instant, signed by you, "per 
Frederick CohiXllng, o/o 1'lour City Ormunental Xron Vorke*, 
to change tines front entrance door of the new mint building, 
Denver, Colorado, for w)iiob you have the contract, »o a« to 
penait the right hand door to swing first, instead of the 


left hand door as re<iulred by ycur oontraet, without addi¬ 
tional expense to the Government, is hereby accepted, a public 

exigency reviuiring this change in the work* 

It ie understood and agreed that this acceptance is not 


to aff«ct the time for the completion of the work, ae re>iuirod 
by the term, of your contracttlict the sane 1. without preju- 


dice to any and all rieht. of the United State, thereunder; 
and without prejudio* al.o, to any and all rieht. of the United 
.State. dg.ln.t the .uretie. on the bond executed for the faith- 


ul fulfUl«*n<- of the contract. 

.a nowledl-e the receipt of thi. letter, 
Please promp,ny nowj-oot, 

. v.i.«n forwarded to the Superintendent. 

: copy of 


f 


.C.P. 

KCH 


Assistant Secretory. 


(Printed Heading). 


Denver, Colo.,October 9,1903. 


Mr.Lee Ullery, 

Superintendent Mint Building, 
Denver, Colorado. 


Dear Sir:- 

Your letter of October 1st,asking for bid to remove from 
premises seven cotton wood trees received. I will remove them from 
the premises as per your instructions contained in letter for the sum 
of 145.00. 

Yours truly, 

(Signed) James A.McGonigle. 




Treasury Department, 


DF.inrEH*WllIT 


'V'/ 



HCLOSUKE ij=2AXl office of the supervising architect, 



h\ r^lyinp to this Letter the 
initials in upper right-hand 
comer must be referred to. 


Washington, October 9,1903« 


Superintendent of Construction, 
Mint Building > 

Denver, Colorado. 


Sir: 


There is inclosed herev/ith, for your information and 
the files of your office, a copy of letter of even date 
relative to certain finish plates required in connection uith 
the contract of the Diehold Safe and Loch Co., for safety 
vaults, vault doors, etc. at the building under your charge, 
which is self-explanatory. 


Respectfully, 



mi 




October 9,190:?, 

% 


BiebolA Safe Lock co,. 

Canton, Ohio, 

Gentle, “ion: 

I have to aoKnowledn® receipt of your letter of the 
let Inntart relative to certain f!.nl»h plates reciulred In 
connxection irlth your cont-^’act for safety va^ilta, vao-lb doors, 
etc. at the now Mint hnildlng, Denver, Colorado, and you ere 
adviced that red bronr-c fintsh is considered as rulfillinf: 
the contract for this worK, 

Rosp 001 fully, 


Supervising Architect, 





(PRinted Heading), 

Denver, Colo., October 15,1903. 


Mr. Lee Ullery, 


Sir 


Superintendent of Construction, 


Hew U.S.Mint, 


Denver, Colorado. 


In reply to your cornmunication of tiie 13th instant asking for 
the anount in addition to our contract of Mechanical Equipment of the 
Mint building,in this city,for which we wil?_ make alteration in the 18" 

X 90" heating duct at the ceiling of the basement corridor so as to raise 
the same seven inches at the point directly above the doorway which leads 
froia tiie entrance corridor,near the heating plant,into the main corridor 
of the building, we propose to make the change above for the the sum of 
^ifty Dollars ($50.). 

Respectfully, 

(Signed) S.Faith & Co., 

Metzger• 


DEWER IIEW MINT. 



IN REPLYIH6,QUOTE UPPER INITIAL. 
right HAND CORNER. 

(EHCLOSURB #3039) 
EORVAKDING. 


TREASURY DEPARTMENT 

WASHINGTON October 10,1903. 


The Superintendent of Construction, 

U.S. Mint Building, 

Denver,Colorado. 

Sir: 

There is enclosed herewith for information and file a 
copy of Office letter of this date addressed to Mr. James A. 
MoGonigle,and,under separate cover,one print of drawing #240, 
therein mentioned,for certain hronze grilles to he supplied 
in connection with the interior finish of the building for 
which you are the Superintendent of Construction. 

Respectfullyi 

Acting Supervising Architect. 




B. 


D?1!VIF ITEW Mm. 



In ncflvinq to TMit Lsttkn rnr 
INITIALS IN UPPER RI0HT«HAN0 
CORNER MUST BE RCrCRRUD TO 


Treasury Department, 

OFFICE OF THE SUPERVISING ARCHITECT. 

Washington, October 10|1903. 


(yORMARDm) 

Mr. James A. MoGcnigle, 

Care,Flour City Ornamental Iron Vorki, 

27th Street and 26th Avenue,South, 

Minneapolis,Minnesota. 

Sir: 

/ 

The Office is In receipt of your letter of the 5th In¬ 
stant, transmitting shop drawings for certain bronse grilles 
to be supplied in connection with the contract for the inte- 
rtor finlrii of the new U.S. Mint Building at Denrer,Colorado, 
and In reply you are adyieed that eaid drawing ha. been glyen 
Office number 240,and one print of eamo le thl. dey returned 
apprOTed.euhjeot to the .peoifloatlon requirement, regarding 

fitt ing, measurements,etc. 

Respectfully, 

(Signed) C. E. KEMPER, 

Acting Supervising Architect. 


B. 


D] lINT. 



IN REPLYING,QUOTE UPPER INITIAL, 


y Inclosure 4734. 


TREASURY DEPARTMENT 


WASHINGTON Oct.10,1 


DEPARTMENT 



superintendent of Construction 
New Mint Building, 

Denv er,Colorado, 


Sir: 


I inclose herewith, for your information and the files of 
your office, a copy of Department letter of even date,accepting 
the proposal of James A.McGonigle, in amount one thousand and 
seventy-five dollars ($1,075.00), as an addition to his contract 
for the completion of the building in your charge, to make 
changes in openings between boiler room and coal vault,etc., 
all as stated in the said letter of acceptance; and you are hereby 
authori/Sed to certifj^ and issue vouchers on account of the work, 
as required by the terms of the contract and the printed ’♦Instruc¬ 
tions to Superintendents, payment of which vouchers the Disbursing 
Agent has been authorized to make from the appropriation for 
Mint Building,Denver, Colorado. 




Respectfully 



Architect, 


JSS 



jjjhvkk nm 

4’ * 




ii(r, Jftjtnsr A# ^C^SoUAgio, 

Hint, ^uiinin^r, 

Banv»?i^ j C 0 io J*a<to • 


Sir: 


Cict,I0,i‘^0», 


In virm ot tho und r«iooKC!:ondation contalne^l in 

iott^r of J5f5tn uiiirno, fro??, tne Siip^irintonient of (?onf*tr*iotiwn 
of th'ft ^ow Ulr<ti fdilXdififtj ^)ftnvi3r^Colorado, and in aocordanoo witn 
th»i» Hyipror^i of tnin >)«pflrtt 2 «nt, ro;ir pro^vo^ai, datod tno 24 th ui- 
tUiO, in sar.ount one thoueend and savonty-fivo dol,Ura f#i,076,oo), 

f%n nn addition to your contraot datad 


for tnf?> cori?i»^tlon of thn aaid building, to r.^te changwa 
in oi’^ninijR betwo«^n boils^r ipooss and oosX vault,ate*,as indioatsd on 
draiping #325, in aocordaneo with tho t^rrs of your proposal ani tho 
m»p«rir 4 %on-t«nt*n l«tt.«r to you of th« l«t ultl^'o,# pubiio .wte-iuoy 

requiring; th« nh8n<y««« in thu worK. 

4 ^ ^rA itfwjd that ihip: aoooptanos is not to 
It ia uniirir«tood and 

of tns worK «e rs<niir«d by the 

»rf«ot tne tt«« for tl« oosnoiiofi 

* tn«»t tna saw i* pr«ju-Uoo to any 

of your oontraov* t» - * ... 

* «r tno Unit^ 3 tat«« tn..roun<i«r;an<t without pra.a- 

aw ail rlen 

<llco,ai«o, to any an faitnnn fuifiiusont of tho 

on tn« i>on<i «x«o«toa 

oontmot. rfioaipt of thio iottor. 

Pioooo aonrsoB'to^*^" th j^spootfuiif. 


T. 

J«s •’•'’•”• 


o *«tins foe^otar-:'. 




advising superintendent of remittance of funds. 


^reasur^ ^je^jartmmt, 

Office of the SUPERVISING ARCHITECT, 
Washington, D. C., O.cto-6-e^ ( 3, (*=103 


Superintendent of Construction, 

■R) 


Sir: 


Your Estimate of Funds required during the month of 


O . 1903 , for the work under your charge has been 

received, and you are advised that a remittance of $ SS. OOO.- 
to the Disbursing Agent, has been requested. 

Respectfully, 




Chief Executive Officer. 



DEITVER, NMiniTT. 


Treasury Department, 

Office of the supervising architect, 


I 



replying to this Letter the , 
initials in upper right-hand 
ssomer must be referred to. 

Inclosure No. 4627. 


Washington, October 



Superintendent of Construction, 
New Mint Building, 

Bfenver, Colorado. 


Sir;- 


There is inclosed herewith, for your information and the 
files of your office, copy of letter of even date, relative to 
the approval of copper submitted by James A. McGonigle for use 
in connection with his contract for the completion of the build¬ 
ing in your charge* and approved samples are forwarded under 
separate cover. 

Respectfully, 



KCH 


CHICAGO, im 


j i'503 


Mr* Jukja^a A* HoG‘>«lgl©, 

New Mint Building, 

Denver, Colorado. 


Sir ;* 


Keterrin^ to your lettvr of the 22d ultimo, and to tha 

of coppar aut^ltted thorewith for apjrcvkl in oonnco- 

tion with your contract for tha oc.iipl«tlon cJT t h® iiaw »iat 

building at Tenror, Colorado, you are adviaad that all hava 

been taated and that oopppar, aa ropreaented by the following 

eamples, t» approTed for use in the worJkj 

Id^ouaoe cold <^olled, 

14^ ounce Hard Copper, 

16«»ounce soft copper; 

and the earp-pi** have been forwarded to the Buperintendent for 
thu fil®® office and hio guldence In uooepting the work 

Respectfully, 


Supenrioing Architect 


oSo 



PHT draw) 


TREASURY DEPARTMENT 




WASHINGTON Oct.14,1903. ^ 


IN REPLYING. QUOTE UPPER INITIAL 
right HAND CORNER. 


Enclosure lTo«4790* 




Superintendent of Construction 
New Hint Building, 

Denver, Colorado, 


Sir: 


There is enclosed herewith, for your information and the 

files of your office, copy of Department letter of even date, 

accexiting the proposal of the Diebold Safe and Lock Company 

to substitute certain bronze gears for steel gears required 

under their contract for safety vaults, vault doors, etc, at 

the building in your charge; all as set forth in detail in said 

# 

letter of acceptance. 




Respectfully 



EOP 



HINT (KKW). 



f 


Octul>«ir 14, 1903* 


Pidbold Safs and Lock Gompanv, 
Canton, Ohio, 


Gentleman: 

Your proposal dated October 9, 1903, addressed to the 
Bupervlgine Architect of this Department, to substitute bronae 


gears for operating bolt work on outer and inner doors for 
basement vaults, also vaiats JB, y, 0 and M, In lieu of cast 
eteei gears as sjsclfled under your contract for safety vaults, 
vault doors, etc# at the new Mint Building, 3)«nver, Colorado, 
the Same to be without additional cost to the Government, is 
hereby accepted, a public exigency requiring such change in 
the work# 

It is understood and agreed that this aooeptanoe io not to 
affect the time for the completion of the work as fixed by the 
terms of your contract*, that the same Id without prejudice to 
anv and all rights of the United States against the suretloa 
on the bond executed for the faithful fulflllinent thereof, and 
without pr«ju<ll*«e, also, to all rights of the United States 

»aid contract. 

Pie*«« promptly ivclmowledge the receipt cf thle letter, 

. K, Heapectfully, 



Acting Secretary. 


/ 

treasury department 

WASHINGTON October 16,1903. 


DEIIVIK l(!liri;,KEff. 



IN REPLYING. QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 


(ENCLOSUEE #2152) 
PORVFJfflrilKG. 


The Superintendent of Construction 
U.S. Mini; Building, 

Denver,Colorado. 

Sir: 


There is enclosed herewith for information and file a 
copy of Office letter of this date addressed to Mr. James A 
McGonigle,in care of the Flour City Ornamental Iron Works and 
under separate cover,one print of drawing #241, therein mention 
edjfor certain pipe railing to be supplied in connection with 
the contract for the interior finish of the building for which 
you are the Superintendent of Construction. 

Respectfully, 






Act^g Supervising Architect. 


B. 



b™:r 



Treasury Department, 

Office of the supervising architect. 

™ . Ootc 

ffasnington. 


In NfcPUVmG TO THIS Lsttch the 
INITIALS IN UPPER RIQHT-HANO 
CORNER MUST BE REFERRED TO. 


October 16,1903. 


(PORWARDIBG) 


Hr. James. A. MoOonlgle, 

Care,Flour Clty'Ornamental Iron Dorics, 

27th Street ana 2eth Ayenue,South 
Minneapolis, Minnesota. 


Sir: 


The Office i» in receipt of your letter of the 9th in¬ 
stant, transmitting, in quadruplicate,shop drawing showing the 
pipe railing on engine room steps in baaeroent of the new U.S 
Mint Bull ding,Denver,Colorado,and in reply you are advised 
that said drawing has been given Office number 241,and two 
prints of same are this day returned to you approved,subject 
to the specification requirements regarding fitting,measure- 



Reepeotfully, 




Office of United States Attorney 


northern district of ILLINOIS, 
537 Monadnock Block, 
CHICAGO. 


October 16, 1903• 


LIr* Lee TJlleiy, 

Stoerintendent of !Iint fKew). 

* 0 

Denver, Colorado* 


Dear S’ir,- 

Th.e Leach, case will probably be called for trial on 
IJoverriber 16* I will send subpoenas for you, L. B. Strait, 
J. B. Summers and Jolm, ¥. Mitchell. I do not now think of 
an^’ others in Colorado. If there are anj?- others that you 
think will help us , we will be very glad if you will sug^ 
gest their names. 


truly yours, 





United States Attorney. 


0. B. U. 



BTOTVER iniTT (KEW) 




TREASURY DEPARTMENT 


WASHINGTON 0ot.l7, 1905. 


IN REPLYING. QUOTE UPPER INITIAU 


RIGHT HAND CORNER. 


■Enclosure iro*2058* 



Superintendent of Construction 
New Jlint Building, 

Denver, Colorado. 


Sir; 


There is enclosed herewith, for your information and the 
files of your office, copy of Department letter of even date, 
accepting the proposal of Mr. James A. MeGcnigle, in amount §45 
to remove seven trees from the site of the building in your 
charge, as an addition to his contract for the completion of 
said building; all as set forth in detail in said letter of 
acceptance • 

You are hereby authorized to certify and issue vouchers on 
account thereof, in accordance with the J;srms of the contract 
and the printed "Instructions to Superintendents"; payment of 
which vouchers the Disbursing Agent has been authorized to 
^ke from the appropriation for Mint Building, Denver, Colorado, 



Bespectfully, 



Acting Supervising Architect 







.Tamos A. .’■ioOonigls, 

New lint Buiiair.g, 

3)onvor, Colcrado. 


October 17, 1900. 


Sir; 


In riew oi tne 3ta.ter.ent and recGiai-aendation contained in 
letter «f the 10th instant fro;„ the 3u„eri,itendent of Construc¬ 
tion of the new *:int buildine at henvor, Colorado, yo»»r pro¬ 
posal, dated October 9, 1905, uddreoaed to him, in amount forty 
five dollars (^46), to remove from the site of said building 
seven (7) trees, it being imderstood that the roots arc to he 
thoroughly grubbed and the holes properly filled, is her.iby ac¬ 
cepted as an addition to your original oontruct for the oonple- 
tion of the building, the amount being deen. 3 d roasonablo and a 
public exigency requiring the inmodiata performance of the work. 

It is understood and agreed that this acceptance is not to 
affect the time for the completion of the work as fixed by the 
terms of the contract; that the same Is without prejudice to 
any lAcui a».ii of United States thereunder, and witl-^out 

prejudice, also, to all rights of the United States against t]ie 
oureties on the bond executed for the faithful fulfillment of 
Wid contract. 

ir 

Please promptly acknowledge the receipt of this letter. 


T. 


Reapectfully, 


J.C 


4 u* 


r?i»p j 

I 


Acting Secretary 


V 

(PRINTED heading). <i) 

r\ 

Denver,Colo.,October 20 , 1903 . 



\fr.Lee Ullery, 



Superintendent of Mint Building, 


• 

Dear Sir:- 

Denver, Colo. 


Your letter of October 21st asking for bid for certain 
material and labor for Mint Building,received. 

I will furnish material and labor in accordance with 
instructions contained in your letter of October 2l8t for |260. 

Respectfully, 


(Signed) James A.McGonigle. 


DEir\rER (nevr) MINT. 



IN REPLYING.QUOTE UPPER INITIAL 
RIGHT HAND CORNER. 


(|*0E7rAPJ)IHG) 
(MCL. 3094) 


Tho Super intend6nt of Construction^ 

^^United States (new) Mint, 

Denver, Colorado* 

Sir: 

There is enolosecl. herev/ith for information and 
file a copy of office letter this day addressed to 
Mr. James A. McGonigle,and,under separate cover.an 
approved print of shop drawing #245 for certain bras 
counter screens to be installed in the building for 
which you are the Superintendent of Construction. 

Respectfully, 


Acting Supervising Architect. 


1315P/FH (new) SfirT, 



Treasury Department, 

Office of the SUPERVISING ARCHITECT. 


In Kt^LYma to this Lcttek tmi 
INITIALS IN UPPER RIQHT.MANO 
CONNER MUST RE REFSRRSC TO. 


Washington, 


October JJ0,190?5 




Ur* J«ncs A* .UcOahl^le, 

Carc,3^our City Ornaniental Iron Tories, 
Kinnoapolls, Minnesota* 


Sir: 


Bie roeolpt of your corraunicatlon of the 14th 
instant with print in quadruplicate of shop drawlr^g 
for the brans counter screens to be supplied under 
your oontract for the interior finish of the new 
Mint Buildlng,D®nror,Colorado, is hereby acknowledged. 


In reply you are advised that said drawing has 
been aiven office Ho.S45,and of the rrlnte are 
this (lay returned approved as to general layout,but 



be assuT’.ed by you* 

Respectfullyf 


sing Architect 












> 



















yiinir(Cttg(0mammtat3r0ttMarks 


ALL AGREEMENTS ARE CONTINGENT UPON 
STRIKES. ACCIDENTS AND OTHER DELAYS UNAVOIDABLE 
OR BEYOND OUR CONTROL 


27*"^ Ave.27-^St.& 28^Ave.South 


EUOtNC TeTZLA car 
ERNEST RuBOERT, ViccPmKsr. 
FRCDK. SCHILLINC,5cck 

L B VOllm ER, Treats. 


miinu. October SI 1903 



i.Ir, 3, Ullery, 

Supt. of Construction, 

ilev7 Denver Hint, Denver, Colo. 

Dear sir:— 

Our l.!r. Dubbert iias asked me to make sketches of changes on balcony 
rails and send to you for your approval. 

Enclosed is drawing showing same^ We await your further reply. 


Very truly youre^ 


3L0UH CITY oPwHuisyTAi. irtQiT woaics.. 








iEjjitrtmcnt (rf gKBtiw. 

Office of United States Attorney 

northern district of ILLINOIS, 

637 Monadnock Block, 

CHICAGO. 


Denver, Colorado, iiiy 12, 1906. 


!fr-. Joim C.. Ames, 

IT. S. Harslial, 

* i 

Chicago, Ill, 

Dear Sir, - 

Riiclosed please find snbpoena for Tivitnesses in the case 





/r% 


of the United States vs Leach. All xTitnesses were 

i 

except Seubert, 7;ho is dead^ 

Respectfully, 


served 



D.C. Bailey 

U. S. I(L2rsIml. 


Sepai-twent of gwatiicc. 


Office of United States Attorney 

NORTHERN DISTRICT OF ILLINOIS, 

537 Monadnock Block, 

CHICAGO. 


October 23, 1903• 

]5r. Lee Uller^rj 

Superintendent of Construction IT. S. Mnt, 

Denver, Colorado. 

Dear Sir,^ 

Yours of the 21st instant in reference to the Leach cape 
is at liaiti. and I note vrhat you say about Mr. Joseph S'eubert* 

¥e sent a subpoena to the Marslial vrhen the case ras set for 
trial before and he returned the card v;ith the woid "DEAD", 
written across the face and^wrote the laarslial a letter, a copy 
of which I enclose to yon, and for this reason we did not in¬ 
clude his name in the subpoena. I do not know that his tes- 
tinony would he of much use to us, but I thought ? would sub¬ 
poena him and if you know of any one that can take his place, 

we will send a subpoena for him, 

Fe regret ven^ much triit this case 1ms been delayed so 

long, but it seemed to be out of our power to crowd it to trial. 

Tne defendants have made one excuse after another, and the 

court hms accepted these excuses and postponed the case each . 

, * T - nnd a/^inst our most earnest protest, 

time on their application, ana a/am 

Yerj'' truly yours, 

Iftiited States Attorney. 

C. B. M. 

Keic, 





IN fEPLYING. QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 





treasury department 

WASHINGTON Oct. 22, 



1903. 




POBWARDIITG . 


Superintendent of Construction, 
Nev; Mnt Building, 

Denver, Colorado. 


Sir 


This office is in receipt of a letter of the 10th instant, 
from the Acting Director of the Mint, requesting that the front 
entrance of the building in your charge be provided with orna¬ 
mental iron grille gates, and there is forwarded you herewith 
under separate cover, copy of drawing No. 244, and you are re¬ 
quested to obtain proposal for the work indicated thereon and 
forward the same to this Office with your definite recommenda¬ 
tion. 

Respectfully, 



KCH 



TREASURY DEPARTMENT 


(o I 



jpEPLYING.QUOTE UPPER INITIAL. 
right HAND CORNER. 

litre LOS UPlE 4981. 
POPV/ARDIITG. 


WASHINGTON October 21, 1905. 

)3. 


The Superintepident of Construction, 

^ U. S. Mint (new), 

Denver, Col. 

Sir: 

For your inforiiS.tion find herevath copy of office letter of 
this date, addressed to Messrs. S. Faith Couipany, contractors 
for r;.echanical cquipnont of -aie bulldine for .which you are the 
Superintendent of Construction, submitting prints showing car de¬ 
signs, which have been approved, subject to the understanding in- 

dicated. 

A set of the approved prints (E-242 and E-245) -./ill be for¬ 
warded to you to-day undei separate 

Respectfully, 

Ik ■* 








\: z 

Acting :"upervisinc; Architect. 


c 




Di'-.'vrn, IT?/ 

KCT) 


October 21, 1003. 


ilccyra. S. Fivith cO:d Goc^puny, 

2427 Pciuiaylvania AvoruiC, 

?:\llc*dolpbia, Pa. 

Sira: 

Pvei'eri'inj to your cont *3.ct l*or mcchr.rioal equip?7icTit of tho 
U. S. .lint (nov/}, Donver, Ccl. , receipt ia ?iclnicv/l€H!.-cd of your 
latter of the 14th inttant, fonrardint; printr. (in trlpliwitel 
r.houiriij cur cicalttis for elevatora to be inatallod undor aaici con¬ 
tract. 

Tho *.rints arc a^proved, subject to the undorcte.ridlng that 
Crillc dcai4;n siiov^ for car n la In accordance -.lith that shovm 
on drawins fllO, and are rxiuafcei^cd uy foliowa: 

E-242, print chowinc car for lift 
E—243, print showiUi^* care ior liftc and 
A not of the approved prints will be forwarded to you to-day, 
under r.eparato cover, with copy of di-awlne #160, same beinc full 

size detail of crllle shovra on drawing #110. 

copy of this letter will be sent to the Superintendent at tho 

bulitling, with eet of approved prints. 

Respectfully > 

(Signed) O.E.KHffER 

Actlnfe,* Suporvislnc Architect. 


JAW 


DtCfflT® KIHT (FEW). 


In replying to this 
initials in upper 
comer must be re. 



Reasury Department 

office of the secretary 
^sshington. 


/ 

b 




October 21, 1903 . 


superintendent of Construction 
Hew Hint Building, 

Denver, Colorado. 


Sir: 


In vievF Of the statements and request contained in your 
letter of the 14th instant, you are hereby authorized to expend 
a sum not to exceed tv/o dollars and fifty cents ($2.50) for 
the purchase of six (6) thermometers to be placed in the build¬ 
ing in your charge, in order that the temperature of the build- 

ft 

mg may be ascertainedas required under the contract of James 
A. McOonigle for the completion of the building, while the work 
of plastering is in progress, a public exigency requiring the 
iffinjediate deliTerv of the articles named. 

You are hereby authorized to certify and issue vouchers on 
account of such expenditure, in accordance with the printed 
"Instructions to Disbursing Agents"'; paj,nrtient of which vouchers 
the Disbursing Agent has been authorised to make from the ap¬ 
propriation for Mint Building, Denver, Colorado. 



T. 

J.C.P. 

EOP 



D}J1!TVER MINT. 



IN REPLYING.QUOTE UPPER INITIAL. 
RIGHT HAND CORNER. 



treasury department 

WASHINGTON, October 



21, 1903 


Superinteiwent of Construction. 

New Mint Building, 

Denver, Colorado. 

Sir: 

Acknowledging the rdoeipt of your letter of the sth instant, 

and, tuuier separate cover, the sample of Colorado Portland cement, 

taken from material delivered on the site by to. J.A.McGonlgie in 

connection with his contract for the construction of the Mint 

Building, you are advised that the same has been tested and found 
to be satisfactory. 


Respectfully, 


Acting Supervising Architect. 




G.W. D. 



'TREASURY DEPARTMENT 



IN REPLYING QUOTE UPPER INITUL, 
RIGHT HAND CORNER. 


?H1TT (ITEW) 


WASHINGTON 


Oct.24,1903 


iftfi 


Snclosure No.2104. 



Superintendent of Construction 
1 ^. llevf Mint Building, 
ff Denver, Colorado. 


Sir: 


There is enclosed herewith copy of letter received from 
the Acting Director of the Hint relative to the installation of 
traveling crane for engine room of the building in your charge, 
and you are directed to allow the contractor for the installa¬ 
tion of the crane to do such cutting, under your direction, as 
may be necessary; requiring him to make suitable repairs, and 
you are, also, directed to obtain from the contractor for the 
construction a proposal for the supply of wall boxes and hatch¬ 
way shown on drawing which will be forv/arded‘you in a few days; 
this work being required in connection with the crane, and for¬ 
ward such proposal to this office with your definite recommen¬ 
dation. 


Respectfully 





copy*guBJ530^* Mint (nsw). 



IN REPLYING,QUOTE UPPER INITIAL, 
right HAND CORNER. 


treasury department 

WASHINGTON Qct* 21, 1903« 


The Supervising Architect, 

Treasury Department. 

Sir: 

Forwarded herewith are two prints showing new work required in 
order to properly install the traveling crane for engine room, U.S. 
Mint building (new), Denver, Colo. 

It is necessary that two boxes, 18” x 12" x 9" deep, be set in¬ 
to side walls of engine room at Jjlaces as designated on drawings, 
in order to v/ithdraw shafts on vrhich crane bridge wheels revolve. 

In case that anything should happen to motors on bridge trolley, 
and parts have to be removed, the whole crane would have to be taken 
down to remove motdrs or parts, unless a 3* x 3* hatchway is cut 
through floor at point as shown on drawing. The crane had to be 

made as a special in order to run close to ceiling and give the 

necessary hook hoist travel at the doorway into engine room. 

A full sise section of the crane runway is shown on drawing 

together v/ith position of crane bridge Y/heels and design of beam 

clamps for holding eye beam? runways in place at ceiling. 

The crane in question was shipped from shops ef builder at 

day 

Phila., Pa. to the mint building on the tenth^of this month, and 
It ie recommended that this new worK as listed above be carried on 
before or while crane is being erected in place at the building. 




4 


The crane builder, Alfred Box & co., Phlla., Pa. has requested 
that he be given official permission, either by letter through this 
Office or from the Superintendent of Construction at the building, 
to out all necessary holes at ceiling beams in order to install . ’ 
beam clamps, etc; all cutting to be restored to its original fin¬ 
ish by the crane builder. I will thanh you to inform this office 
in regard to action that you take in this matter. 

Respectftilly, 

(Signed) R.E. PRESTON, 

Acting Director of the Mint. 


p.s.h./l 


DE1IVSR__^ NEF MINT 



IN REPLYING. QUOTE UPPER INITIAL. 
RIGHT HAND CORNER. 


(or 


"^^^asury department 


WASHINGTON October 28, 1903. 


The Superintendent of Construction. 

Mint Building 

Denver, Colorado. 

Sir; 

Hefemng to your letter of the 22nd instant, relative to dis¬ 
posing of certain old mtarials at the building under your charge, 
you are requested to supplement your letter by securing by circular 
lette.,, display of notices a$ the building, or any other way that 
will secure the largest returns, provided that no cost is entailed 
upon the Government thereby, proposals for the purchase and removal 
the old materials, in such parcels as you may direct,and forward 
them to this office accompanied by your speclflo recommendation,and 
inmediately upon their receipt proper departmental action will be 
taken in regard to the same* 

Respectfully, 


■ / ■! 





.ggpervis jfM&ue^t. 




OSTAL TELEGRAPH-CABLE COMPANYTHE COMMERCIAL CABLE COMPANY. 




16 , O. 


CLARENCE H. MACKAY, President. 

J, 0. STEVENS, Sec’y. WM. H. BAKER, V. P. & G. M, 


CLARENCE H. MACKAY, President. 

ALBERT BECK, Sec’y. 6E0. G. WARD, V. P. & G. M. 




he Postal Telegraph»Cable Company transmits and delivers this message subject to the terms and conditions printed on the back of this blank 


Received at Main OfS.ce, JSrnest^j&^Cranme^^uildin^, Denver. (Telephone Z4go.) 


171 CH R W 20 Golrt 


N0V--2J2Iia 


Washington DC Nov 2,1903 


Snpt of Constrnction 

Mew Mint Bldg Denver Colo 

Res'une Issuance of vouchers McOonnlgle contract letter 

J •K.TayD.or, 

Supervising Architect 
215 pm 
























( 



TREASURY DEPARTMENT 



WASHINGTON Oot. 29,1903. 


IN replying, quote upper initial, 

right HAND CORNER. 


superintendent of Construction, 
Hew Mint Building, 

Denver,Colorado. 


Sir: 

I inclose herewith, for your information and the files of 
your office, a copy of Department letter of even date,accepting 
the proposal of S^Faith & Co., in amount fifty dollars (^ 50 . 00 ), 
as an addition to their contract for the mechanical equipment of 
the building in your charge, for raising vent duct in main corridor 
of basement; and you are hereby authorized to certify and issue 
vouchers on account of the worh, as required by the terms of 
contract, and the printed "instructions to superintendents ,p y 
ment of which vouchers the Disbursing Agent has been authoriz 
make from the appropriation for Mint Building, Denver, Co 







h f?o., 

HXn% 

ri ^ aolOTftdo, 




Ivi of ari<t i*«>i5ori?':«^fvia'tioii eontiilnod 


ii. or %hii X5t.h inip?tnnt. 

f ' 


tho ?uf;arintt^hd*^nt. of coi4« trac¬ 


tion oi thrt H'jw J^int your proi^oj&ai^of 


tc hiss. In j!srount t'lftr doXl^ra (^r>0»00), 
i< nco«^pt«d, an alditlcsi to year contract dated Au/pifit 

/, for thft TT^chanloal oquippridnt of th-f^ bail for ralRin^ 

duot in tnain oorrldor of bn^^tis^^int, in nooordasioe with the torss# 
cf yonr pro^Oft«i, and tn« inntruotions of tn-t^ jnuporlntondont, and 
fte futiy set forth in ht» iotter to cf tho i5th inatent, a 


pibXlc ^ixiyoncy jv^squiring; tno ohan^;® in tho votK. 

It ift usidorntood and agreed that this aocoptanoo i» not to 
affect tne tim for tho oorpietion of the worK as reqtUrofl by the 

toTrusi of yotir oontFeot; that tha aaiao ia without prejsi<iio» to any 

♦ ■'— 

‘Aiid nii rights of the United Statea tn«rounder;and without pra^u— 
dice,nlao, to an!*' and aii rights of the United States againKt th© 
eur}')ti«a on the bond executed for the fnithfni fuifillsaant of the 

contract• 

Plea?!e acKnowiedge the roooipt of thip letter* 

HePpe ;tfwiiyf 


'V 

t 


J.C*P. 


Aoting Secretary. 



IN replying. QUOTE UPPER INITIAL. 
right hand CORNER. 


•Enclosure lTo*2084. 




treasury department 


WASHINGTON 



Oct.30,1903. 


Superintendent of Construction, 
Hew Uint Building, 

Denver, Colorado. 


Sir: 


There is enclosed herewith, for your information and the 
files of your office, copy of letter this day addressed to the 
contractor for the “building in your charge, relative to sub¬ 
mitting proposal, through you, to Ihis office for making deduc 
tion on account of substituting flat grained for quarter sawed 


pine required under his said contract. 


HOP 





Oct. so, 1903 . 



(ffKW). 


X ' 


Vr^ Jamas A, HcGonigle, 

New Mint Building, 

Denver, Colorado, 

Sir: 

I have to acknowledge tho receipt of your letter of the 
20th instant, with enclosures, in which you object to furnishing 
the quarter sawed pine required in connection with your contract 
for the completion of the new Mint building at Denver, Colorado, 
and what you cay has been carefully noted and while it is be¬ 
lieved that the material described in tho letter from thie of¬ 
fice dated September 22, 190b, can be obtained, yet, if you 

I 

•ubmit a proposal to the Superintendent of Construction for 
such deduction as will cover the difference of cost of furnish¬ 
ing the material required by your contract and flat grained pine 
^ e will forward the same to this office, upon receipt of which 

it will receive prompt consideration. 

Respectfully, 


EOP 




Sujjervising Architect, 


pajvRR MIxTT (KEW) 


\ 



TREASURY DEPARTMENT 


WASHINGTON 


Oct.51,1““ 





IN REPLYING. QUOTE UPPtR INITIAI. 
RIGHT HAND CORNER. 


Superintendent of Cote truetion, 
Hew Mint Building, 


Hew Mint Building, 
Denver, Colo. 


Sir: 


I have to acknov/ledge the receipt of your letter of the 
26th instant relative to securing the ornamental wrought iron 
grille gates at the main entrance of the building in your charge, 
for which you were directed on the 22d instant to obtain pro- 
■jsals in accordance with drawing Ho.244, and you are advised 
^t your suggestion in reference to securing these gates to the 
Lflrble work at main entrance is approved and you are therefore, 
directed to return the drawing referred to to this office f 
revision before obtaining such proposal. 


Respectfully, 






IN REPLYING QUOTE UPPER INITIAL. 
right HAND CORNER. 


treasury department 


WASHINGTON November 4,1903, 



Superintendent of Construction, 
New Mint Building, 

Denver, Colorado* 


Q *4 • 


The following telegram was sent you on the Bd instant 

which is hereby confirmed: 

"Resume issuance of vouchers, McGonigle contract. 
Letter." 


Respectfully, 



HU 



I 


pflI'IV'SH MINT (NSW), 



WRCWYJNG QUOTE UPPER INITIAL. 

RIOHI HAND CORNER. 

Forwarding, 




TREASURY DEPARTMENT 


WASHINGTON WOT .5,1903; 



Superintendent of Construction 
Nev/ Mint Building, 

Denver, Colo, 


j 


t 


Sir: 


Referring to letter addressed to you on the 24th ultimo, 

I * 

mentioning drawings Nos, 31-A and 248, showing certain work in 
connection vrith traveling crane in the building in your charge, 
you are advised that the drawings for this work are forwarded 
you today, under separate cover. 


Respectfully, 


PE2IVER. MINT, 



treasury departm 


“^2 


ENT ^ 

WASHINGTON November 


IN replying. QUOTE UPPER INITIAL. 
right HAND CORNER. 


Enclosure 2332. 

Superintendent of Construction 
j New Mint, ' 

V. Denver, Colorado. 

Sir! 

There are transmitted herewith for your information and 
guidance, copy of a report of the 2nd instant, as the result 
M 3hop tests of motors for the elevators to be supplied 
he contract with S,Faith and Congrany, for the mech- 

soi * 

ipment, &c., of the building under your charge, and 

tliiQ H 

ay addressed to the contractors in regard 

matter. 

enclosures will explain theoiselves. 

Respectfully, 





t 



treasury department 

WASHINGTON ^ 

ujidv>3 


So, 3427 P'iiS.isfyXvTjiio^ 

Phl3l<iki;le>lt;>hi'x^ ^winylvjintia# 

Sira: 

Ta’i of^Xa^ in ill t•0a«ipt or yepart| dat<id^ the 
4n<it^mt, fro» ano of it» ropreneiitHtiTeu, wUo rooeutly vxeitai 
Ua works of tlio vHio Bioyittor Ootspmjy, at Yoiikarsi Ifow York, 

In aoniieotioo wi-tii shop te^ta of throe saotoro inoidor.t to 
tio o^oTatoro to 00 iiiotoiXod ithdor your oontraat for the 

oquipdontf ^ at the Koo iJlintg at Poaver, Colorado# 
^Oiu the toner of the report it appears that tao sou tors 
tiio Bj^ooifioaiioa re^iuironaentsi with the axosption 
ttt.peratiiro rise of aowaiatrtor of th® 35 H«F# maohlna# 
file iaotors| thoreforoi may he shipped to the oulldiniit 
aoo«pti»noo of aouroo to bo oubjoat to tSio final oporating 

toot. 

. ^ *wpy of tbio lottor lioo boon tbo uuporln 

*”****‘^ of ConotruQtion at tiio bulldlaji tiiio day* 

Rasp eo tful ly f 





.REWl-O.fWOTEUPPt^'^^’ 
RIOHTHAKO CORNER. 


Gupor^-ielna Arabltoot. 




Waohiiigton, D. C* Uoreoiber 2, 1903 


Hon* J# Knox Taylor, 

Supervising Arohiteot, 

Treasury Departisent. 


Sir: 


In accordance with direction contained in letter of 


instructions of twenty-eighth ultimo, initials P. S. W* I 

prooeeded to the works of the Otis Elevator Coc^any, Yonkers, 

Hew York, and made testa of the three eleotrio motors being 

manufactured, there for use in connection with the installa- 

tion of clOTatoro in the United States Hint, (new) DenverT 

Colorado, under a oontraot with Mesore. S. Faith and Oonipany 

for Meohanioal Equipment of the Building. 

20 HeP* and 38 H*P* re*» 

The motors rated at 15 H*P*f 

epeotlrely are first ola.e in even' respect and fulfill all 

speoificstion requirements with exception of toripera 

rtc 17 p machine I whioh was sllglitly in 
of Commutator of the 35 H. P* 

.1 ♦ not reach an injurious point 
excess of that specified 

« ^ne largely to the roughness of 
This excessire rise was due l«rg ^ , , , 

X.. *, .111 he turned and smoothed before leav- 
the ooxjimutator whioh will «> 
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tlt^ref<>re reocftnsnend adjeeptamie of ihe tjhroe motorjt 

§ I 1. tt} j pi 

pending a *satisfaotorJf operatiing tebt at the 'building, 

! 6 o , 

i I r* 

Report ericets giving su3a}«ary of teeti^ are handed 

you herewith foi^ offioe files. 


Respeotfully, 



gleetrical Engineer and Draftsman, 


.heJirlaiA ^niaivieciyO io t jf*K; 
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Washington 
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No. 17. TEEASURY DEPARTMENT 
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POSTAL TELEGRAPH-CABLE COWIPANY 


IN CONNECTION 
WITH 



“• CLARENCE H. MACKAY, President. 

I J. 0. STEVENS, Sec’y. WM. H. BAKER, V. P. & G. M. 


TELECRA 


THE COIVIIVIERCIAL CABL E COMPANY. 

I aARENCE H. MACKAY, President. j 

I ALBERT BECK, Sec’y. 6E0. G. WARD, V. P. & 6. M. ( 





The Post.! Tetegrapl-CaMe Compa-y tra.,s mlts a„d deUrers this message subject t» the term, and c...aiti».s pri nted dn the back «f (Ms Want. 
Received at Main Omce, 920. zrtb Street. Ernt-si A Cranmer Building . Denver. /Telenbnne r^nn. 1 

196a CH. 0. 23 Govt. 


V/ashlngtonDC, 7 th# 


SirpH. lYiiery, 


NOV 1903 


New Mint, 


Denver COLO. 

Heqnire contractors set machinery so that ash heist wilZ 
discharge toward building 

J. K. Taylor Supervising Architect 

225 pm. 


I 

















treasury department 


DS’T’-I^P irsf;, 



IN REPLYING. QUOTE UPPER INITIAL. 
RIGHT HAND CORNER. 

Forwarding. 


7 ^ 

WASHINGTON lTov.9 1903 


Superintendent of Construction 

New Itint Buiidinrr * 

1 Denver, Colo! 


Sir: 

There are fonvarded you, under separate cover, two copies 
of drawing No.246, and you are directed to obtain from the con¬ 
tractor for the interior finish of the building in your charge, 
a proposal for the carving and paneling indicated thereon in 
pediments of windows, and for furnishing the bronze discs 
required, in accordance with models which will be furnished 
later, and forward the proposal to this office with your definite 
recomrnendat ion. 

Respectfully, 




FOP 








(Supeirvisit• 







IN REPLYING. QUOTE UPPER INITIAL. 
RIGHT HAND CORNER. 

Forwarding. 


7J' 

treasury department 

WASHINGTON ITov . 9,1903. 


Superintendent of Construction, 

Nev; Mint Building, 

'' Denver, Colo. 

Sir: 

There is forwarded you, under separate cover, copy of 
drawing lTo.247, showing sweep storage cellar desired by the 
Mint authorities, in the building in your charge, and you are 
directed to obtain a proposal for the work indicated thereon 
and forv/^ard the same to this office with your definite recom¬ 
mendation. 

Respectfully, 


BOP 






DEKYCT. KIKT (ne'r) 



IN REPLYING. QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 


(ENCLCSUEE 1233) 
POKVAKDI!TG 



treasury department 

WASHINGTON Hovcmber 12,1903, 




The Superir.tcnr^ent of Construction- 
HeiT Mint Buildiri^^, 

Benver, Colorado, 

Sir: 


There is enclosed herev;ith for information and 
file a copy of cf0.ce letter this day addressed to Mr, 
James A. McGonigle,and,under separate cover,an ap¬ 
proved print of shop dravring ^49,for certain marble 
stair treads to be supplied under the contract for 
the building of rhich you are the Superintendent of 
Construction. 


Respectfully, 




Acting Supervising Architect, 


R. 







DEKVER MIUT (new) 



" "‘^'*‘->■"<0 To THI» Ll.TT£J* IMt 
iMlTIALt IN UPPER BIGHT-HAhO 
CONNER MUST BE RcpERRio TO 


(fORWARDIHO) 


Treasury Department, 

OFFICE OF THE SUPERVISING ARCHITECT. 

Hovember 

Washington, 



X 






1 

k 


Mr. Janes A. McOonigle^ 

Care, Vermont Marble Company, 

'• X* - 

Proctor, Verront. 

Sir: 

The receipt of your letter of the 6th Instant 
with print in triplicate of shop drav^ing #778-E, 
bel’ig the full siae detail for the marble treads 
for the main stairs Bo be supplied under the contract 
for the interior finish of the new Mint Building,Den¬ 
ver, Co lor ado, is hereby acknowledged. 

In reply you are advised that said drawing has 

been given office Ho.S49,and one of the prints is 
herewith returned approved,as to jointing,subject to 
the corrections noted thereon in red. 

In this connection you are advised that the cut¬ 
ting of return *of head may be carried out in accordance 
with the above mentioned t!rawlng,but you will be held 
responsible for the perfect adjusti.iont of the wrble 

to the iron work. 

Respectfully, 

j. Adting Supervising Architect^ 


TREASURY DEPARTMENT 



DENVEi, MIOT (TO/) 



WASHINGTON ITovemlDer 11, 1903. 


IN REPLYING. QUOTE UPPER INITIAL, 
RIGHT HAND CORNER 


Inclosure Ho* 1337. 

Superintendent of Construction, 

Hew Mint Building, 

Denver, Colorado. 

Sir;- 

There is inclosed herewith, for yoiir information and the 
files of your office, copy of letter of even date, relative 
to the approval of samples suhmitted in connection with the 
contract of James A. McGonigle for the completion of the 
building in your charge, and the approved samples are for- 
v/arded under separate cover for the files of your office and 
your guidance in accepting the work. 


Respectfully, 





Acting Supervising Architect. 

5 


» KCH 


% 


I 




OTnnSR, (VEt)* 


Noveisber 11, lvO*5. 


Yr* JtxTn^B k, yoOoni?:i«, 

Vint ^'tiildlng, 

T^anror, Cdorado* 


Sir j - 


Refarring to your l«tt«r of the 21«t ultimo, and to the 
»ajs 4 'l«a of )^ardware referred to therein, auhesitted for approval 
in connection with your contract for the coinpletion of the 
New Vint founding at lienvor, Colorado, you ore adrlaed that 

the following are apj^roved: 

Corbin door check, 

Cloeet door lock, 

Sliding door lock, 

Cabinet lock, 

Saterior knob, 

Interior knob, 

Drawer pull, 

Saab center, provided pin 1» Jnade 5 /b* in dlarsster* 
Sash Icck, 

5» X 3tttt, 

X 4“ ” 

3*» X 3» " 

_ X 3** • 

It is understood, however, that the above approval of 
door check i» conditional upon its being of such siae as to 
successfully porform the work for wliioh it is intended* 

rvGSpectfully , 


rc'' 


Acting Supervising Architec 




DEirVER, MINT (OT). 


treasury department 



WASHINGTON ITOV, 13, 1903." 


IN REPLYING QUOTE UPPER INITIAL. 
RIGHT HAND CORNS. 




Inclosure No. 1344. 


Superintendent of Construction, 
New Tint Building, 

Denver, Colorado. 


Sir;- 


I have to acknowledge receipt of your letter of the 29th 
ultimo, relative to sample of Alherene stone and the method 
of jointing, and there is forwarded herewith, under separate 
cover, a sample of the accepted stone. Enclosed herewith is 
a full sized detail showing the method of jointing. 


Eespectfullj*-, 


KCH 




TREASURY DEPARTMENT 



DEirVER, MINT 


IN REPLYING. QUOTE UPPER INITIAL. 
RIGHT HAND CORNER. 



(NEW). 


JORWAKDING. 


Superintendent of Construction, 
Nev/ Mint Building, 

Denver, Colorado. 



WASHINGTON NOV. 14, 1903. 


Sir 


There is forwarded herewith one copy of drawing No. 244-A, 
showing revised"- design for gates in connection with the build¬ 
ing in your charge, and you are directed to obtain a proposal 
based thereon and forward it to this Office with your definite 
recommendation, and to retain the drawing on the files of your 
office. In case the proposal is accepted a second copy will 
be forwarded to the contractor with the letter of acceptance. 


Respectfully, 



KCH 





DISIJTOR* New Mint. 



IN REPLYING.QUOTE UPPER INITIAL. 
RIGHTHAND CORNER. 


Enclosure 2343< 
♦ 


O ^ ^ 


treasury department 




WASHINGTON November 16,1903. 


Superintendent of Construction. 

New Mint, 

Denver, Colorado. 

Sir: 

Referring to the statements contained in your semi¬ 
monthly report of the 31st ultimo, in relation to the con¬ 
dition of work at the building under your charge, and es¬ 
pecially to that portion vdiich states that work under the con- 
traot with- S. .Paith ?uid Company, except the heating, has 
^6on suspended, enclosed find copy of a Department letter this 
day addressed to the firm named in regard to the matter. 

The enclosiire will explain itself, and you are re¬ 
quested, on the 25th instant, by wire, to r^ort the conditions 
then existing, with your specific recoraniendation, as to what 
^'^rther action should be taken by the Department to protect the 
®®^emment'3 interests. 

Respectfully, 









In replying to this Letter the 
initials tn ujmer right-hand 
corner must oe referred to. 


Treasury Department 

OFFICE OF THE SECRETARY 

Washington, 


S# iiififX O^tnanw, 

hof ^*1 **.. 2 w .4•.%!* • /, 


Sira: 


im'onmtioi} ja!tf*» r^eivr-<l nt th.« Trfm 

iU* wsrlc tOiii tr your toa-* 

tr^Ov i’o?* is^chiwiiC'^.X tr <9 


it iiorivor, CoXoracio, ari ILc hof.-tlrifj ? , ’• v, 

sm ftJisprri^LcA^ »jr^. that tiri- action oa your •:?r.rt Vf*. ’•oviouti^T 

c;or*tt*'»vTtOT for A^aopily cT trc^ i'lt'^rir.r fi? 

I^'rnshrvi tf* Ji'rjji: -jpoa rov* ".o '•"~uv.a A’ark 

TO c^roriauU-t^ '• ©?;pvxlitioUSf 

whv;. ?*, J.i\ .“^X iti« '-?o ^'*'•3 it^ wio^h^i) 

t.h?j oon'tr'‘cTt 

fh 9 f>tiportnton*t^nt bwith a Topy o. 

UUar, -.»it:: tlifl rnawt 'Kwt a* wiria'. t * .% J’-' 

5„ tis 5S^ti Inst’ct, •■' ^.<5 '-• a '.* iJ- ‘ - 

M v.^^‘ 

wltiiout effaot, furthor rtrjn '-r t Ci> a la E-- 

SMrtment, undoP Ito oontmot rli^its, to 1 t 


: ?*V , 

. . V >' j . < • * 
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» V, 1 ^***.^ *^ .*• 

V • 


Rai»pootrully*t 

[At‘hu^ ) ^ • '^ 7 /'' 

/ ■ AnBlot*tnt Sifos'B'ianr. 
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.ttfU.»S.<»'OTE UPPER INITIAL, 
,I8MTH*ND CORNER, 


treasury department ^ 

WASHINGTON November 16,1903* 


Superintendent of Construction, 

Nevr Mint, 

Denver, Colorado. 

Sir: 

Your letter of the 10th instant is received, with 
relation to the continued employment of Ur. Edward W. Roherts 
as a draftsman in your office, and the matter is having 
attention. 

Respectfully, 


PSKVEP, HEW MINT. 



•NREPLYING.QUO-TEUPPCR INITIAL, 
RIGHT HAND CORNER. 


treasury DEPARTMENT 

WASHINGTON Uoyember 17.1903. 


The Superintendent of Construction, 

^ 0. S. Mint (Ben), 

Denver, Colorado < 

Sir: 


Replying to your letter of the 12th instant, referring to 
section 9-10 on drawing #H-86 forming part of contract for the 
mechanical equipment of the building for which you are the Su¬ 
perintendent of Construction, you are advised that the Z bars 
referred to must rest on the floor beams. 

Respe otfUlly, 




MINT. 


-jgptylHtOUOTE UPFCR INITIAL. 
HAND CORNER 


Enclosure 1S81. 

1 


TREASURY DEPARTMENT 

WASHINGTON November 17,1903, 


Superintendent of Construction, 
New Mint, 

Denver, Colorado. 


There is transmitted herewith copy of a report of the 
11th instant, submitted by a representative of the office, 
as the result of a shop inspection of rivets, tubes, &c., 
to be used in the construction of the boilers, as embraced 
in the contract with S. Faith and Company, for the mechani¬ 
cal equipnent, &c., at the buildir^ under your charge. 

There is also enclosed copy of a letter this day addressed 
to the contractors approving the rivets, and for your in- 
fomation you are advised that under date of the 16tb instant, 
the contractors were notified by wire that the boiler tubes 
were found to be of steel instead of wrought iron, and that 
the entire lot had been rejected. Demand was made for new 
tubes strictly in accordance with the contract re,uir«nents 

as to gang© material* 

Respeci'f^l^y • 



pEtWJH, OT MINT. 



IN BEPLYING,QUOTE UPPER INITIAL. 
right HAND CORNER. 


Enclosure 1S81, 

S 




TREASURY DEPARTMENT 



WASHINGTON 


November 17,1903. 



Superintendent of Construction, 

New Mint, 

Denver, Colorado. 

Sir: 

There is transmitted herewith copy of a report of the 
11th instant, submitted hy a representative of the office, 
as the result of a shop inspection of rivets, tubes, &c., 
to be used in the construction of the boilers, as embraced 
in the contract with S. Faith and Company, for the mechani¬ 
cal equipment, &c., at the buildii® under your charge. 

There is also enclosed copy of a letter this day addressed 
to the contractors approvii^ the rivets, and for your in¬ 
formation you are advised that under date of the 16th instant, 
the contractors were notified by wire that the boiler tubes 
were found to be of steel instead of wrought iron, and that 
the entire lot had been rejected. Demand was made for new 
tubes strictly in accordance with the contract req^uirements 
as to gang® ®ud material. 


Eespectfully, 





treasury department 


KBff i'rsT 




WASHINGTON lioToaber 17,1903 


IN REPLYING.QUOTE UPPER INITIAL, 




Ho* 2te7 ?6i2ti8ylti0iiA Avasiat* 
Philadolphifik* Pormaylymila* 


Slrst 


frm a r^^rt rocolv^d tho offic©* undor dato of 
tho inatont* froi-j oao of Ita ropradosatutiToa* it 
poara that th© rivota to bo uaad in th© constniotioxi of 
th© boiXaiTB* aa otabraaod in yo^,ir oontraot* for tha mechani- 
ooX oqtuipimt* &0** at th© How ifint* Dwor* Colorado* 

are aatiafaotory* 


tvT ) J- 


BQopiMjtfUiiy 





Sui>«nrl»lrc Art^iiaot 



I 





i 


Brooklyn, N, Y. 


NovqiTibor nth, 1905 

to. K. K. 

tre&fSSV Department, %shington, P. o.. 

Dear 

Afl directed by Department letter of the 7, B. b. 
visited theff^^^s of the OlonhrocK Steam Boiler do. in the city naiued, for 
the of making ehop infli>ection of the rivets, tnhee, etc,, supplied 

fox boil eye to he inetalled in the U. s. Mint Denver, dol., under a 

contract ?ith MeeerB* S. Paith & Co, and have the honor to siihnit this , 


Illy report ^ith recoiaiiendation, 

Paragraph 559 of the specifioations, specifies that the least thick¬ 
ness of the material nnist he such that the slot of the Standard Oauge for 


the next lighter Omige will not slip on the end of the tixhe at any point, 
and the greatest thickness must not he more than one Oauge heavier than 
the Standard thickness of the tube. 


Three hundred antt fifty five of the tubes inspected are not in accord 
ance wit:.i the oontraet req^ilarcrient i the ??tan>iard Gauge would sxlp on i;/ie 
9n4s of them, some are one, and others are two points below the stands.. , 
and Borae of thorn are ono and two points heavier than the standard thiok- 
M98 Of the ends of the tnhes. I moot respectfully reooniuend thaS these 
tubes be rejected. The Snclieh Standard Gauge was used by ne to r^.e the 
teet. After solootine a tube to represent the lot a section was h«,m>«-ed 
town vertically, parallel to axes, without any cracking or opening of the 

ifGld. tche tubes are 4* in diameter and Ifift. long. 

,, M with the contract reqiulrerionts. 

Eighty five tubes are in accordance 





, Hoisting 


and Ventilating Ai^i^aratuB. 
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TREASURY DEfAUI t.itSlT 

iriC»0£l V 









DSIhVSR mutt (Ffiff) . 

TREASURY DEPARTMENT 

WASHINGTON irov.19, 

» HCPVYING. QUOTt UPPER initial. 

bight HAND CORNER. 

Forv/ardlng. 



Superintendent of Construction, 

New Mint Building, 

Denver, Colo, 

Sir: 

I have to acknowledge the receipt of your letter of the 
12th instant relative to 12” drain pipe placed ujider the contract 
of S. Faith and Company, which interferes with certain work in 
connection with the sv/eeps cel].ar, and you are directed to obtain 
a i)rouosal for changing the run of said pipe so that it will pass 
under area road at a point south of south Virall of sweeps cellar, 
continuing north under area floor, under steps to sv/eeps cellar, 
and parsing again under area wall north of north wall of sweeps 
cellar; using l/s bends in pipe in all cases, and forw^ard the same 
to this office with your definite recommendation. 

The sweeps room is to be located at west end of the building 
with stairs from west end of main basement corridor. 

An additional copy of drawing lIo.24f is forwa)-ded you under 

separate cover, as requested. 





FOP 





Respectfully,^ 


DEITVER, MINT (>TEW). 



\ 


TREASURY DEPARTMENT 

WASHINGTON IToT. 21, 



IN REPLYING. QUOTE UPPER INITIAL. 
RIGHT HAND CORNER. 



Superintendent of Construction, 
New Mint Building, 

Denver, Colorado. 


Sin- 

Ref erring to your letter of the 9tli instant, in which, 
you request copies of drawings Nos. 31-A and 248, showing 
certain worlc in connection with traveling crane in the build¬ 
ing your charge, and you are advised that the copy forwarded 
on the 5th instant should be retained on the files of your 
office and that if the proposal is accepted copies of the 
drawings referred to will be forwarded for use of the con¬ 
tractor. 

Respectfully, 



KCH 



IN REPLYING. QUOTE UPPER INITIAL 
RIGHT HAND CORNER. 

Su 2 )erintendent of Construction, 
New Mint Building, 

1 Denver, Colo. 

Sir; 


Referring to your letter of the 12th instant and to the 
circular panels on second story windows and the marble medallions 
on rear wall of the building in your charge, referred to therein, 
you are directed to obtain a proposal from the contractor for 
dressing these stones flat on line of sinhage at edge as it is 
not desired to carve them, and forward such proposal to this 
office v/ith your definite recommendation. 

Respectfully, 



TREASURY DEPARTMENT 


DEKVER T?.0. 



IN REPLYING. QUOTE UPPER INITIAL, 
RI6HTHAN0 CORNER. 


WASHINGTON KOV. 28, 1903 


Superintendent of Construction, 

U. S, Mint, 

Denver, Colo. 

Sir; 

The Department has this day accepted a proposal of Martin 
J. Wicklem in the sum of $4200.00 for certain alterations in 
the court house and post office in your city. A copy of the 
letter of acceptance has been forv/arded to the Custodian of the 
It is requested that you will please confer with 
that official and assist him in the supervision of the work. 

Also submit to him, for transmission here, semi-monthly reports 
of progress. 

Respectfully, 






Acting Supervising Architect. 




Denver, Colo., November 28,1903 


Mr •Lee Ullery, 

Superintendent of Construction, U.S.Mint, 

Denver, Colorado. 

Sir 

Replying to request for a proposal dated the 23rd instant,to 
change the run of the 12" drain pipe at the west end of the Mint Build¬ 
ing,Denver, Colo,, so that it will pass under area road at a point south 
of south wall of sweeps cellar,continuing north under area floor,under 
steps to sweeps cellar, and i»assing again under area wall north of north 
wall of sweeps cellar,we have to inform you that we will perform the 
said, work for the sura of Two Hundred Dollars( $200,) • 

Respectfully, 

(Signed) S.Faith is Co. 

M. 


DENVER 



Mint. 


Inclosure 1681, TREASURY DEPARTMENT 


WASHINGTON Dec,3,1903. 



(N REPLYING.QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 


Superintendent of Construction 
Nex Mint Building, ' 

Denver,Colorado. 

Sir; 

I inclose herewith, for your information and the fliee of 
your office, a copy of Department letter of even date,aooept- 
Ing the proposal of James P.Earley of this city, in amount 
four hundred dollars f#400.0C) for certain plaster models re¬ 
quired for the building in your charge. 

Paidsent for these models will be m^Lde at this Department, 

upon vouchers prepared here, from the appropriation for Mint 
Buildin^r, Denver, Colorado, 

■ao^' Respectfully, 



/ 






p .-UNT. 


* 


P 


: xSi.) t , 


D^c.3,%303. 


Clr: 


In wit,»\ t^o ^n-rovnl of thli? ’)^artfi«j*t your iro- 

/ 

%ho X4tn nltlro, t^'3 only* orm r*ic«Xvod,in mount 
tonr mmdr«fl f #400,00), l* horov.y >?croi td<l to VdrnLpfi nil 


tn« 



Xftoor T»nnir«l to mK»i tnr*»*) rnodftiif!, ftnown 

4?'*aT*JLri£ fiii4^p tor Vio nn^ 4lnt bnil4ini: *it I>*?rivoT,celorft<to, 


*tni% to b*5 by vo:i, «ii on9rg«« wn*sro rli- 

hy tHo suptirvinine Arehitaei, n public ^ylr^"loy r^iquLrUig 


tUu iu MlHt»9 sJ»>rroT}i«no<^ of tn^j wot*';, which in to bo 'lon« In ntrict 
no>?oMnnm »it'i tnn trt>yr.K of your mA to tn*') ontlrAi 

f-Ur.fjiQtlon of tm rniiorrlHlnp: Archit*^ot. 


PrtVfu^nt fo'»' tno rnodnia will b*i tn»jir ^^^Uvory 

Vf y</n,Hnf; fln?il ni^irovfii by tho iiovormm.t, fror the r^VT>ro]^rirk^ 
tion for ^ini ,Bon^nTpOoloTn4o* 

flofioo «cKr»owl«»»tFA» the receipt of tni« letter, 

Renpcctf*4iiy, 

iT.C.F, 


Actinr, Secretory. 



’IT (1IOT.0 


(jO 



TREASURY DEPARTMENT 


WASHINGTON Dec.3,ISO 


IN REPLYING.QUOTE UPPER INITIAL. 


right HAND CORNER. 


Snclosure lTo*1709* 


Superintendent of Construction 
ITev/ l^int Building, 

Benver, Colorado * 


Sir: 


I enclose herewith, for your information and the files of 
your office, copy of letter of even date, addressed to the con¬ 
tractor for the completion of the bTxilding in your charge, 
relative to aam.ae of sash chain submitted by him for ai^roval in 
connection with his said contract, and the approved sample, 
referred to therein, is forwarded you, under separate cover, 
for the files of your office and your guidance in accepting 
the work* 


Respectfully, 


eop 






2)tClIV£R MIUT irSW, 


Deo. 3,1903. 


Vx* James A. T^cOonigle, 

New Mint Building, 

Denyer, Colo, 

Sir: 

I haye to acknowledge the receipt of your letter of the 
27th instant, and, under separate coyer, the sample of sash 
chain submitted for approyal in ccnnection with your contract 
for the completion of the new Mint Building, Denyer, Colorado, 
and you are adyised that sash chain, as represented by the 
sample, is approyed for use, wliere required, in the work, and 
the Superintendent of Construction so adyised and the approyed 
sample forwarded to him for the files of his office and his 
guidance in accepting the work, ' 

Respectfully, 


Superyising Architect 


DEI3VER MINTjNW. 



•N REPLYING. QUOn UPPER 'NITtAl 
right HAND CORNER 

(ENCLOSURE #1556) 
(PORITAEIDING) 


7/ 

TREASURY DEPARTMENT 

WASHINGTON December 1,1903. 


The Superintendent of Construction, 
U.S. Mint Building, 

Denver,Colorado. 

Sir: 


There is enclosed herewith for information and file a 
copy of Office letter of this date addressed to Mr. James A. 
McGonigle,care of the Vermont Marble Company,and,under sepa¬ 
rate cover,one print of shop drawing #261,therein mentioned, 
for certain marble work to be supplied in connection with the 
contract for the interior finish of the building for which you 
are the Superintendent of Construction. 

Respectfully, 



DKW'F.H JJIKT.NKW. 



In »cplying to this Letter the 
INITIALS IN UPPER RIGHT-HAND 
CORNER MUST at RCPERPtO TO. 


Treasury Department, 


OFFICE OF THE SUPERVISING ARCHITECT. 

Washington, Deoemher 1, 1903 


(yOHVAKDlxro) 


Mr. Jam<3 8 A. MoOonigle, 

c/o Vermont Varble Co., 

Proctor jVomont. 

Sir: 

The Office la in receipt of your postal of Koveniber 26th, 
transiLitting.in triplicate,shop drawing for certain interior 
a^arhle work to be supplied in connection with your contract 
for the interior finish of the new V.S. Mint Building at Bon¬ 
der, Color ado, ana in reply you are adwleed that said drawing 
nas been given Office nus.ber 261.and one print of same is this 

day returned to the above address approved. 

The foregoing approval is.however.general in character, 

and applies only to the position end location of the Joints; 
all responsibility for fitting and measurements being assumed 

by you. 

In this connection you are requested.when transmitting 
.hop drawings for the approval of this Office. to always name 
the building to Which they refer,as this will save annoyance 

and delay in approving the drawings. 

Respectfully, 

(Stoned) J. K. TJYLOn. 

Supervising Architect. 

B. 


Denver, Colo., Dec. 3,1903. 



Supt.Mint Building,Denver,Col. 



Your letter of November 18,asking for bid on front gates ac¬ 


cording to drawing Ho.244-A,received. 

I will do the work according to drawing No .244-A for $1350.00 

Yours truly, 

(Signed) Janes A.McOonigle. 


Denver,Colo.,Dec.3,1903. 

KIr.Lee Ullery,Supt .Mint Building, 

Denver. 

Dear Sir;- 


Your letter of November 24,asking for bid to dress circular 


panels of second story windows received. I will do the work in accord 
ance with your letter of Nov.24, for $575.00 


Yours truly, 

(Signed) Jones A.McGonigle. 


Denver, Colo., December 3,1903. 


i^r.Lee Ullery,Supt .Mint Building. 


Denver ,Col. 

Dear Sir:- 


Your letter of November 2nd, asking fo^ 


for hid to do certain work 


in corridor of basement story ,received. 

i will do the work as specified in your _e 


tter of Nov.2nd. fon 


^^ 150.00 


Yours truly* 


(Signed) James A.McGonigle. 




Denver, Colo,, Dec.3rd,1903. 


^(r.Lee Ullery,Supt .Mint Building, 

Denver, Colo. 

Dear Sir:- 

Yoiir letter of ITov.12th,asking for bid for storage cellar for 
sweeps,received. 

I will bviild storage cellar according to plan No.247 and in¬ 
structions contained in your letter of November 12th,for ^10,800.00 

Yours truly, 

(Signed) James A.McGonigle. 


Denver, Colo,, Dec.Srd,1903, 

Mr .Lee Ullery, 

Supt.Mint Building, Denver. 

Dear Sir:- 

Your letter of November 12 th,requestlns bid for carving mrble 

work over first story door and windows,also bronze 

granite over main entrance,received• 

I will do the work according to plan and as specified in . ou 

letter of November 12th for ^4,375.00 

Yours truly, 

(Signed) James A.McGonigle. 



Denver,Colo.,Dec* 3rd,1903. 


,^.Lee Ullery, 

Supt.Mlnt building, Denver. 

Dear Sir:- 

Your letter of Kovernber 9th,asking for bid to place Hatchway 

wall boxes according to drawings iro.31-A and 246, received. 

I will do the work according to drawings and avS specified in 

your letter of IToveraber 9th, for $.215.00 

Yours truly, 

(Signed) James A.McGonigle. 


Denver,Colo., Dec.3rd,1903. 


Mr.Lee Dllery, 

Supt.Mint Building, Denver. 

Si T* * ■“ 

’ Ycur letter of October 29 th,req«estlng bid for certain worK as 
expressed in said letter, received. 

n the items as specified in said 
I will do the v^ork according to tne 

letter for $110,00 

Yours truly, 

(Signed) James A.McGonigle. 




DENVER, NE^ MBJT. 

V. 



IM TO TMIS LsTTKN THX 

imnAl.t IN UNNtR NICMT-HANO 
OONNKN MUST M NCAtlTNKO TO. 



Treasury Department, 

OFFICE OF THE SECRETARY, ^ 

Washington, Dacember 5, 1903, 


Superintendent of Construction, 

U. S. i5int (New), 

Denver, Colorado. 

Sir: 

Mr. Edward W. Roberts, Draftsman, at the buildirg under 
your charge, has been transferred for duty in a similar 
capacity in the office of the Supervisirg Architect, subject 
to assignment at a later date, and the previous directions 
given you are to be construed as authorizirg you to certify 
to vouchers for the services of Mr. Roberts, at his present 
rate of compensation, up to and includirg the date of his 
leavirg Denver, Colorado. 


Respectfully, 



y 





IN REPLYING. QUOTE UPPER INITIM^ 
RIOHT HAND CORNER. 


(p 

TREASURY DEPARTMENT 

WASHINGTON December 9,1903. 


The Superintendent of Construction, 

U.S. Mint Building, 

Denver,Colorado. 

Sir: 

The receipt of your communication of December 4th, in 
reference to the base skirting to be used in the building for 

which you are the Superintendent of Construction,is hereby 
acknov/ledged. 

In reply you are informed that all second story rooms 
with wood floors,including Adjuster's room,machine shops,etc., 
are to have cove at base,as shown on full size detail drawing 

All first story rooms with wood floors are to have 
noulded Skirting as shown on full size detail drawing #153. 

Respectfully, 





B. 



dehver row mimt. 


TREASURY DEPARTMENT 

WASHINGTON DocsiibGr 17,1903* 



right HAND CORNER, n rt 

Enclosure 3815. 


Superintendent of Construction, 
Kew Mint, 

Denver, Colorado. 


Enclosed find copy of a report dated the 15th instant, 
suhitiitted by a representative of the office as the result of 
an examination of the boiler tubes, to be supplied under the 
contract with S. Faith and Company, for the mechanical e(iuip” 
ment at the buildir^ under your chaise. 

The contractors have this day been wired as follows: 

"Boiler tubes, your contract Denver New Mint, as inspected, 
will be accepted as complyiiK .with specifications, except the 
three tubes found to be too light in gauge"« 


Respectfully 




December 15th, 190.5. 


Mr. J. K. Taylor, 

gupv. Aroht., Treasury Dept. 

Washington, D. o. 

Dear glr:- 

As directed by department letter of the 10th inst., t?. n, w. - 
S, .and 0, D. ii,. I visited the Clonbrock gteam Boiler Company, Lorraine 
& Court Sts,, Brooklyn, N. T. and made shop test of the tubes supplied 

for the BoUors for the U. g. Mint Denrer, Coifa contract with 

A 

S. Faith h Co. Philadelphia, Pa. 

j One Hundred Sixty Two (16S) of the tubes are one (1) Giwge 
heavier than the standard thiolcness of the tube, 

' Three (5) are one Gaiage lighter. With these' excoptions the 
tubes are of the veiy best. 

■ Paragraph 559 of the specifications reads: 

, The least thickness of the metal must be such that th^^ slot of 
the standard Gauge for the next lighter Gauge will not slii^ on the end of 
the tub^ at any point, and the greatest thickness must not be more than 
one Gauge heavier than the standard thickness of the tube. Sections 1-1/4 

I / 

inches long, of one tube, selected at random to represent the lot must 

stand hajamering down vertically parallel to axis, without any traverse 

cracking or but very slight longitudinal cracking or opening of the weld 
when down fllAt, 

As you will see by the samples forwarded under separate cover 
that there is a very slight longitude of cracking or no opening of the 
weld. As the Gauge at the second point slipped oa the tube freely and 
in consideration that the department is in want of the boilers I reeomnend 

that thelies Tubes which are one (l) point great r than the thickness 


Decembnr 19 os 


J* K, Taylor, 




specified be accepted, 

Nwib..>r of tuDos ln«peote«i, voxtv Hiuitood fSXxty nvo ( 465 ). 

Yoiire reepectfiilly. 


inepidtor of Hoisting 

and Vent-Uatlns Apparatna, 
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N}]v; KIHT 


miCLCSUIlE #4935 


THU Lf TTCH TM« 
I,„,T •• 


Treasury Department, 


OFFICE OF THE SECRETARY, 


s 


Washington, 


December 16, 1903. 


v,o cunerintandent of Construction, 
.^ Mint Building, Kev^, 

Denver, Colorado, 


Sir: 

Referring to Department letter of the 5th Instant in relation 
to the transfer of Mr.E.w.Roberts, then Draftsman at the buiM'HTS 
under your charge, you are now informed that he took the oath yes¬ 
terday as Draftsman in this Office, and his compensation ceased in 
connection with his duties at the Mint Building, Denver,Colorado, 


on the 14th instant. It is understood that you have certified a 
» voucher to and including the 10th Instant, and there is now enclos- 
^ed a voucher in the sum of thirty-four dollars and twenty-four cents 
(§34.24), being in full for services rendered from December 1st to 
14th at §900.00 per annum. You are requested to debit against this 
voucher the amount already certified to by you for the current raon 
and to present the voucher to the Disbursing Agent for payment un¬ 
der existing authority as a charge against the appropriation for 

“Mint Building, Denver, Colorado,” 

Respectfully t ^ 

/i(X 

^y Assistant secretary. 




s 

T 



IN REPLYING, QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 


treasury department 

WASHINGTON December 22 , 1903 


rf 




The Superintendent pf Construction 
U. S. Mint (new), 

Denver, Colorado. 

Sir; 


For your information, you are advised that, in accordance 
with Departmental approval, the headquarters of Mr. Uelson S. 
Thompson, Inspector of Heating, Hoisting and Ventilating Ap¬ 
paratus, now stationed at the "building for which you are Super¬ 
intendent of Constniction, have this day been transferred from 
Denver, Colorado, to Boston, Massachusetts. 

Respectfully, 






Inclosure 3520. 


TREASURY DEPARTMENT 


WASHINGTON DeC.21, 



riOHF HAND CORNER. 


superintendent of Construction 
j He?? Mint Building, 

7 Denver,Colorado. 


Sir: 


I inclose herewith ,for your information and the files of yoiu? 
office, a copy of a letter of even date,addressed to S.yaith 
& company, relative to the 'noncompliance by them with the require¬ 
ments of their contract for the mechanical equipment of the 
building in your charge, in regard to the construction of the 
main switchboard,etc.,which letter explains itself; and you are 
directed to withhold the issuance of all vouchers on account 
of their contract until they have complied with the requirements 
as tp the said matter,of which you will have due notice. 

The foregoing confirms Office telegram to you of the 19.th inst 

'as follows: 


” Issue no vouchers under contract Faith and company until 


directed. Letter”. 


Respectfully f 



STOREKEEPER 

ASSTo CHIEF CLERK 

ACCOUl^!TING 

CASH & DEPOSITS 

COINER 

NURSE 

M & R 

B & M 

PERSONNEL 













21, i OZ. 


y.rtr-f-K*n« ?i,FRlt5^ h Oa* , 

f^AR*f Pr»;Ay»mi»5, 

H«r«r^lnr t,G ro’ir tract,doited AU£;tt 0 t 9,1902,for th« 

if-^ohaiiinftX of tH'* noK Puiidinr at Donv<^r,Co lorado, 

ani to vMo ro^Motilon on S4,ly0*,of’ of 

for ii'ai.n jJ'ait'sn^o«i,M,an'^ Iravlng^ or i»ac>o,ftal to V%-t fact that,since 

t'.'^t it h‘iA boon to o'otain you fkny ^^atiafaotory 

/ 

action upon th > dMi.mida in lot tor of f5oji;toi;:h*9r 34, l ^OiS for 

now, draviaca a?vl ,you ftr-* now adviood trt«t the faii>or- 

lnt*ftM,ent of Conetr^Aotion of the VulialUc haa thin hay boon i.i- 



^ani. yo't aro furthoy adviecd that if you etiii ooutiiiue to dirro- 



,Fon tn^ eir-ht hftva notlae,«nd taR«> charge of tho wor?! sr.d cOi pioto 
[ tile ^»a'< e at the exp^mao of yotiraoi^oa and bondej^en. 




pijapootf^Aliyj 


supers ialnn Arenit*x3t, 


(81 U») 

0 ‘91 




No. 17. TREASURY DEPARTMENT 


POSTALTELEGRAPH 



COMHERCIALCABLES 


CLARCNCe H. MACRAY, PRESIDENT 



WashingtonDC. QEC 1 9 190S 


I 

Sup*t* NewMint Building, 



Denver,COLO.XHXB# 


Issue no vouchers 

under contract faith 

and company until 

directed, letters 

J.K, Taylor 

Architect 


supervising 

2 :18pm. 















DEIT'JIB, hiift. 



loz 



TREASURY DEPARTMENT 


WASHINGTONDec. 24, 1903. 


IN REPLYING. QUOTE UPPER INITIAL. 
night HAND CORNER. 


Superintendent of Construction, 
ITew Mint Building, 

Denver, Colorado. 



Sir: 


I have to acknowledge receipt of your letter of the 17th 
instant, relative to the omission of one riser from stair 
leading from Basement floor to landing at door P, at the Build¬ 
ing in your charge, and you are directed to oBtain from the 
contractors, a proposal for placing an additional step of con 
Crete, as you v.'ill direct, and forward such proposal to this 


Office with your definite recor/wiendation, upon receipt of which 


prompt action will Be taken. 

Respectfully, 


kch 



„ \, OIX^TT, rniwrniwT. 

\\S^‘ " 


.J. K. ?^I»RIP^GMEYEI<* f^MC'Y A Tbeas- 


Established 1853 , 
Incorporated I 90 i, 


J3*^^adwayPlaning Mills^ / 0 ^ 



PHONES: ) 

* KINLOCH D-2070, 


St. Louts. T p Cprr-h<^-\- C?«*Vt ^ ^ f QH 


Mr# Lee Ullery. 

Supt* u* S* Mint Building# 


Denver* Colo# * 


Dear Sir. 


Referring to the question of substituting plain sawed 
hard pine for quarter sawed for basement of New Denver Mint Mr.McGonigle 
writes us that you think the Department would not consider so small an 
allowance as $65.00 for the change* 

We have taken the liberty of writing you direct as we should like 
to get the fullest light on this subject. 

Mien Mr.Houts with credentials from Mr.McGonigle and a letter of 
introduction to Mr.Armstrong As»st. Sec »y of the Treasury met Mr.J.Siox 
1'aylor and his As*st. in Mr#Armstrong's office he understood from them 
that if our representations were correct that the matter would be adjus¬ 
ted as we desired if properly placed before the department through your¬ 
self. The evidence he had with him was sent to Mr.McGonigle and we sup- 
he transmitted it to you# 

Among this evidence Mr.G.K.Smith the Sec *y. of the Southern Lumber 

over 

^^acturers Assn, representing 50 Per Cent of the manufacturers attach- 

Continued on Sheet *f2. 





















Mr*Lee Ullery* Sheet 


Continued from Sheet •if' !• St Louis, --- 

tne universal price list to his letter showing that quarter sawed Yellow 

Pine finish was not Manfactured. 

We presume you forv/arded this to the department and that the clerk 

examining same finding edge grain flooring quoted at $8*oo per M 

/[; • ■ 

higher than flat grain thought their ought to be a deductionA-^rv 

We have exhausted every means in our power to get this material and 
would be thankful if any one can suggest where it can be obtained price 

would cut no figure on the small amount required* 

If the department has any building finished in quarter sawed hard ^ 

pine we would esteem it a favor if they will furnish us name of contrac¬ 
tor enabling us to obtain the material from same source. 

We suppose that the department wishes to put itself on record in a 
fadr business proposition and does not desire to insist on some thing 
that can not be obtained. 

We write at length that you may have the subject fully before you» 
will you kindly give this full consideration and with this explanation 
let us kTio 7 / what amount you think v;ould satisfy the department and early 

reply v/ould be very much appreciated. 

Very Respectfully* 

Chas. A. CiccU F’i.. ■ 
























to^ 

TREASURY DEPARTMENT 

WASHINGTON December 29,1903, 


PORWAKDING. 

SNCLOSURE-3663. 



The Superintendent of Construction, 

Hew Mint Building, 

Denver, Colorado, 

Sir: 

There is enclosed herewith for information and 
guidance .copy of office letter of this date addressed 
to The Diebold Safe & Lock Company, together with a tracing 
showing the numbering of doors and keytags for use on the 
storage vaults of the building for which you are the 

Superintendent of Construction. 

Respectfully, 



dehysr.hsw mint. 



IN REPLYING.QUOn UPPER INITIAL, 
RIGHT HAND CORNER. 



jmvsK.Ksy uut. 



\h he^uyinq to TH1« LeTTfiR TMC 
initials in upper RIQHT'HANO 
OORNER MUST RE REFERRECi TO. 


Treasury Department, 

Office of the supervising architect. 

^ . D*o«rjfeer 29,1903 

Washington, 


fCKWABBISG. 


Dlubold Saf* L I*ocl< CoiRpany, 

Canton, Ohio* 

Gsntlamvis 

In further r«fer«no« to your letter of Docewtoer 9th,. 
referring to the vault worlc for the »ee U.S.itlnt Building, 
I D,«,T,Celor*do.you .r. info««4 th.t tJ-.r. U ber«m 
’ for»*rt«l « tracing «>• nu»b.ri«e of d«o” •"« 

kcyt«. for ««. on «>• •*»«*• r.cu..t.d In th. 

above mentioned letter* 

Eoepeotfully, 




Superrielng Arohiteot* 


y w, 
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DENVER, NEW MINT. 



TREASURY DEPARTMENT 


WASHINGTON 


December 29, 1903. 


IN REPLYIHO,QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 


Mr. Lee Ullery, 

Superintendent of Construction, 

U. S. Vint Building, Denver, Colo. 


Sir; 


The receipt of your letter of the 2l8t. instant, relative to final 
payment of compensation due Mr. Edward W* Roberts, Draughtsman, whose 
employment ceased at the building in your charge on December 14, 1903, 
is hereby acknowledged. The action taken by you in deducting the pre¬ 
vious payment - to the lOth. instant - made to Mr. Roberts was entirely 
correct, under the circumstances, and meets with the approval of this 
office. 

The cheek for |9.78, forwarded by the Disbursing Agent, has been 
transmitted to Mr. Roberts. 


Respectfully, 



Chief Executive Officer. 


DENVER mint 


/os^ 



RIGHT HAND CORNER. 

t/ 

Suxierlntendent of Construction, 

U, S. Mint Building, 

Denver, Colorado. 

Sir: 

1 have to acknowledge receipt of your letter of the 24th 
Instant with proposal from S. Faith & Co.,in amount ^157,00,for 
making certain substitution in electric wiring required under 
their contract for mechanical equipment at the building under 
your charge,and you are directed to reject the proposal,and obtain 
from them a proposal to use rubber covered wire in lieu of slow 
birming v/aterproof wire, in and on the boiler room ceiling,this 
being the only place where the latter brand of wire is specifical¬ 
ly called for,and you are further advised that with this change 
rubber covered wire will be used throughout the entire work,as 
the engineer in charge of the mnchinery has indicated that he 
does not desire other wire over furnaces, etc. (See paragraph 
7j^57 of specification. ) 

You are also directed to obtain from said contractors a pro¬ 
posal for inclosing the group of feeders,which 2 ?un on ceiling of 
boiler room,with v;lre lathing and hard asbestos plaster,or in 
some other approved manner# No other conduits must be run on ceil- 
Ings of boiler,economizer or engine rooms,but in the first 
floor construction. 






^1^rSR,W mint. Dec.>1903. 


Supt.Page S. 


Afl?er obtaining the above-nentioned proposals 
are directed to forward then to this Office, with your 
definite recommendation. 

Respectfully, 



a 



treasury 


WASH I iNvj I 



ReP'.YmO,OUOTt UPPER INITIkl, 

right HAND CORNER. 


(EHCIiOSliBE #1879) 
_- 


The Superintendent of Construction, 


U.S. Mint Building, 

Denver,Colorado. 

Sir: 


There is enclosed herewith for information and file a 
co'py of Office letter of this date,addressed to the Biehold 
Safe and Lock Company,together with a print of the shop draw¬ 
ing, therein mentioned,showing vault door stop for use in con¬ 
nection with the vaults in the building for which you are the 
Superintendent of Construction. 


Respectfullj'’, 





wmm MiKT inw. 


Deoo2aTt>®r 30,1905. 


(ISlfCLOBURS: #1878) 


Blebold Bafo and Lock Company, 

Canton, Ohio. 

Qentloicen; 

The Offico is in receipt of your communication of Oecem- 
ter aist.treneBlttlng.in trlplioate,.hop drawing of Taolt door 
Btop for uee In oormeotlon with the vault* in the new U.S.Vint 
Building, Eenver,Colorado,and in reply you are edvlsed that 
said drawing ha* been approved, and one print of saB.e le here- 

with returned. 

You are al«o advised that the awing of door,as indicated 
a drawing forwarded with those above mentioned, is sat.isfac* 

tory t® this Office. 




Reapectfully, 


J. K. T.^TTOry 

Supervising Architect. 



Printed Heading. 

Philadelphia, Jan*4,1904. 


Ur.Lee Ullery, 

Superintendent of Constriction, Hew Mint Building, 

Denver, Colorado, 

Sir 

Complying with your request of the 5rd ultimo for a pro¬ 
posal to furnish and put in place a 2“ conduit(similar to conduits 
put in place elsewhere under our contract), to be run from behind 
the switchboard in the engine room through the furred ceilings in 
the basement to the west end of the main corridor of the Mint Build 
-ing,where it is to be dropped and carried through the walls of the 
sweeps room, where directed,.fee., we have to state that said work 
will be done as per your request for the sum of TWO HUNDRED AND 
TWENTY-THREE DOLTJIRS ($223.00). 

Respectfully, 


(Signed) S,Faith Co., 

Metzger. 





No, 17. 


treasury department 


'"""the western union telegraph comp ant. 

incorpora«d^^V,ce to all THE WORLD. 

.v 0 boen assented to the sender of the following message, 
id the Company will not hold itself liable fo^rrors pr d^ys 
tnmsmission or delivery of Unrepeated lUeMsages, twyond tne amount oc loua paia taereoo, uur lu au/ ««e where the claim is not presented m writing 7 *y» 

^T^teaQ^£^?R]^EATED^MLSS§ASE!'a^^?eliver^ by request of the sender, under the conditions named above. 

ROBERT C. CLOWRY,^ye8ldent and General Manager, 


received at 1114 to 1118 17th St., Denver, Colo. 


NEVER CLOSED. 


16? a nr ns 28 PAID. Govt- 

TTASnilTGTONi D«C.J£«mary 4 Ifc, 19''3- 

Supt Construction 

Ncyr Hint DEilVSB^ Col, 



I 



NO r«<iiiost from faith and Corpanf to Change location of well, thoir 
attention called to natter today 


J, 


K. Taylor, Suporvising Architect 














(PRIITT-RD HEADING). 


Denver, Colo., Jammry 7,1904. 


Mr.I.ee tJllery, 

Supt.of Construction,Mint Building, 
Denver, Colorado. 


Dear Sir 

I hereby propose to deduct from my contract price for 
finishing U.S.Mint Building,Denver, Colorado, Thirty-five Dollars 
C$55,) if allowed to use flat sawed yellow pine instead of qimrter- 
sawed as now specified for basement finish. 

Respectfully submitted: 

(Signed) James A.McGonigle,Contractor, 


By C.Anderson,Foreman. 



Form No. 40. ) 
Ed. 7 261901 3,000.; 


DENVER 


AO 



0»*tl>l-iViAHK6i 


PUHCMAbb 


P 


(4«< UUtTi tn reply to oftcitU comenMnicaiume mutt reia tr, . • <.. 

» wfifcH rejer to tnatat »n vpptr rtglU-hoitd ojrmtr 


^veasury Deyartmeut, ^ 

OFPicjfi oy THE SUPERVISING ARGHITEOT, 
Washington, D. C.,January 5, 1904. 
The superintendent of Construction, 


Mint Building* (new), 
Denver, Colorado. 


Sir: 

In view of the request and recommendation contained in your 
letter of the 29th Ultimo , and the public exigency requiring the 
immediate delivery of the articles and performance of the work 
you are hereby authorijied to incur an expenditure of thirty dol¬ 
lars ($30.00) 

in securing in open market at lowest prevailing lates. 


telephone service for your use 
for three months from the 
$10.00 per month. 


as superintendent 
1st instant at 

$ 30.00 


Your attention ie called to printed "Inatructions to Superin¬ 
tendents," and you will issue and certify vouchers on account of 

the above in accordance therewith.paynent to he made the 

Propriation for "Mint Euilbing,Denver, Colo. 


Respectfully. 





Chief Executive Offioni 



treasury department 


jiBirVEB. Nev/ iiint, 



/// 


WASHINGTON .January 6,1904, 


IN RCPtYIMO,QUOTE UPPER INITIAL, 
right HAND CORNER. 


Enclosure 3774. 


Superintendent of Construction, 

New Mint, 

Denver, Colorado. 

Sir: 

Enclosed find copy of a report, dated the 15th ultimo, 
as tlie result of eji exanoination of work at the building under 
your charge. 

The report v/ill explain itself, and you are requested to 

ascertain and advise the office as to the name and location 

of the shops in St,Louis, Missouri, where the interior wood v;ork 

is being prepared, in order that, should it be so desired, 

the same may be inspected at that point. 

As bearing upon the slow progress made by Messrs, S.Fadth 

Goiapany, contractors for the mechanical equipment,&c,, as 

noted in the report, thero is transmitted herewith, also, 

3opy of p. Department letter this day addressed to them, and in 

line with its provisions, you .are requested to advise the oiiioe 

"• special report on the 20th instant, as to whether the 

“ontraotors have taken steps to improve tiae progress of the 

''•'“'•k, and aooompany your report by 3U0h suggestions Md reeora- 

“'^--''Idtions 03 may be of service to the office in reashing a 

“onolusion ea to whether furtlior and more decided steps 

tai;en to protaot the Govcnimont'h, 

Respeptfuiiy; 


set# 







ttSt 


#^1 




In replying io this Letter the 
initials vn upper right-hand 
comer must be referred to. 


I reasury Department 

OFFICE OF THE SECRETARY 

Washington. j«nuaiy 



Uo,^’TT 

Siiirs s 

Fr«75 the result at tnw-XufktXon of ^rk imidmt 

to the o<KapletlaA of the Kev? Mint, at Denver^ Colorado* It ie 
learned tiiat tiie work under your oontr?^ot for tbe aeohanlonl 
equlpciont ie In a very b«.:jbr?)rd cand.ition, is int^Tt^rXtxQ with 
rork under other hrenohes to ouoh an extent that the ocitipletion 
of the building will be rery much delayed# 

The mtter is now brouijlit to your attention* in order 
thsX you ’mxy take ouch steps ae will secure better pro^jrooe 
lo your brnnohae of the work* vhnd it is refiuosted that you report 
to the Dfipartoient* on reoolpt of thlSi what stops you hive 
taktau to brin^^ about this result* and also tiie probaol© 
date when you will 30 i>«pleto your oontraet for the meohanlcal 

^^Uipia©nt,^o# 

A Qopy of this letter hf«9 been triwosuittoC to tJic Sup- 
®^^ntondent of Oonotruction at tlio buildindi this day* with the 
*‘«luont that he advise the Dapertnient on the ?UUj inetant, iw 
to wi,ether you have .jtvon offeot *» terror of this letter 
rair^tion to hettor prefjreoe In the worjc* 

n 03 peo tf uiiy t 

T* . A«tin;l Boor«ta*y. 

dM. . 


00T.0,, TJ. S. Mm. 


N 

Ofc.'lAIIAt T^RBKASKAf IWCB^mKR 15 th, 19 05, 


^fVUi3\e Arohlteot, 

Wa^hlngtoR, r>, €• 

Slrt 

follotrlng instruction# in Department letter of ?lov#mb©r 25th, 
l^Oof 1 visitoA Denver, Golora<l© on Deoembor 14th, and. made an inepeo- 
tlon of work vtnflor owitraot with J. A. MoQoniele. 1" ««" ^ f8l3,«2.** 
tm the e«wipl«tiott of th» interior flnieh end epproeehei to the buildl«6. 
Th. wntwot was signed August asth, 1902, bond approved September 4th, 
Moa end time for oiwplotion 20 months from date of approval of bond, 

4 

or Way 4th, 1904o 

IVurins the fall of 1902 very little progreeeive work waa done 
.«.pt the alterations and changes made necessary by new contract. 

Attlve work eommends^t to the epria6 W03, and has contim»d with more 

a. -^ 4 * In th» installation of th© 

«• less interrdption on aooount of m tn 

« 

®*thani<ial ef»uii*n®r;td 

«,«w«.nood early in July and is nearly oom- 
The plasterJne *«>» ^ ^ aospleted 

.^nea although there are several 

»ttl other work such as „M,uldin6e «oo& snd connaratlvely 

^ Place is '/ery eatiefaOtory, 

and free from etains. wainseotlneof 

The marble work i» ’ material to complete the lobby 

lobby bein^ ^ plaO* ^ work on oecond floor 

1« on th#" <?rotma, <!Wito <,olor and 1© bolnft put up 

. la ^n-a tr«rk !•« ^ 

• 'iomplfiteda marbl® «erv«d work i« in aoeord 

A ♦vi# * 

^ * workrwnllk© rnannar* ' f 

dravlngfi anO. ^ 




paob ^ • • 

ooTAmnot V. s, wm, 

uoo Th i*’«i work ia weH ^2lfler way and a groet deal in 

* ' ' »taip#, baloonloa ana window gtiardo are oomploted and In 

Tiii^ wain staii^y in 'b-©ii -im^ow* 

y ©11 \md 0 r way, and oub-oontraotora ha^ 

•teted that they oxpoot to otart orootlne ««na .Tannary let, 1904. A 

6»d deal ot the omanwntal arohitrawe are <m the ^om& and these east- 
iagn are quit© ©atiafaaterya 


■me interim wood work ia imder eontraofe to a Pt, loula.flnn and 
l» B^^posed to ijo well under way. In this oonneetion, it nay be well to 
hw an inapeotiwi of this work njade at the mill before being ahipped to 
D»BVer, The new dormers and skylights on roof are praotioslly canplete, 
n©w ataek© howewr, hav© not ywt b 0 ®n out tbroti^h* Sow© of the 
S^ranito for the completion of the stacks is on the ground* 

The enameled brick ia being laid in the engine room, and the 

’’^hnanahip and ^tmlity of brick is aatiefactory. The plumbing la 

/ 

tactically all roughed iru Tlie electric conduits are also about complete 
heating plant ia only about J3oX finiohed, there having been more or 
delay in connection with the boilers, and it ia possible thiat unl.eoc 
figgreaaiv© end busineoa like managenont is exerted in connection 
the mechanical equipment, tlio completion of the building as a 
whox^ will be delayed beyond the contract time* 

The approachea, wA k a>id oiirbing are practically Cfampleted, 
thMTo still being a little work at the main entrance# Thio work is very 
catiefaotory* ^^o work hea been done on the driveway ©© fln- 

iching work can be oon^leteA in baoement, witil the n>echanical equipment 
i« Complete. The weather ia such that work can progreeo without much de- 
ley* by the use of temporary Jieat in different portions of the building 


^ ICO 

, o 

^ i 


(D C 
-« 


5 #S, TJE^IVER, OOMRAnO, U. R. S 

!c 3 ’ — 


0) 



t Wioationa, 1 should .1ud6« that th« 


l,e I'Mwdx f oy *#^^|iSM^hy .TvO,y lnt» 1305. 
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CtOR Of WJBT.I0 BVIT.T)IW^O' 
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DISITVEH, New Mint, 



IN replying,QUOTE UPPER INITIAL. 
RIGHTHANO CORNER. 


I ! Z 

treasury department 3, 

WASHINGTON January 8,1904,. 


Enclosure 3779. 


Superintendent of Construction. 

New Mint, * 

Denver, Colorado, 

Sir: 

There is transmitted herairlth copy of a report, dated the 
2nd instant, suonitted by a representative of the office, as the 
result 01 shop tests of certain motors to bo supplied xmder the 
contract with S.Paith and Company, for the mechanical equip- 
ment, &c,, at the building under your charge, 

Tne contractors iiave this day been advised of the result of 
the test, and informed that the two small motors which failed as 
to efficiency would be accepted, provided they submitted a 
proposal for a deduction in the sum of #20,oo, as the difference 
in cost betv/een the motors as built and those required by 
the terras of the contract. 

Respectfully, 






x’ayloj;’, 

-up-fvif;inc 

1 treasury i^epart'nent, 

■’Washington, D,c, 

Sir:- 

""'"‘“‘™- •■’•»■>= -«•’■■ . P.o„.... .» ..„, „„„ 

of ths (JOmnisrcial rr. t 

:.l-ctric Co. , Indianapolis, ind. , and made test and 

inspsction of the rr,^ 4 .^ 

- -ctr.c motors there under construction in con- 

nsction 'vith the contract of '' a- r-n p ^.v 

V itn & Cp. for the mechanical equip-. 

aent of the .-•, Denver ;ant, and have th^ honor to submit herewith re- 

port thereon. The trunk of instruments and specification -.ere returned 

by express to the 'office as directed. ‘ 

■mere are five'motors for fans, all shunt -vound, and seven motors 
pumps, economizer scraper,air compressors ash hoist, all coTpound 
machines. The machines are all of the multipolar type, except 

^ Vj 0 A ^ 

•^0 Smallest ones 'vaich have oeen m.adc bipolar from -l-aols frames. 
^•‘^9 larger macnines are 4-pole motors. All motors have l-aminated tooth 

C ^ ^ 

armatures, mire, or bar 'vound, ?/^il insulated, steel frames and 
?3l 

^ pieces for the fields cast together, Pield coils are removable by 

% 

firsf ^ 

“ I'smoving the armature and then the pole tips, the windings b^ing 

^ ^ ^ 1*1 

substantial spools, fhe mechanical construction throughout is 

Ji-Tiplo provision being made for alignment of bearings and oiling, 

3 11,^, economizer scraner motor was not built enclosed, but ^li¬ 
bs 

enclosed by changing the bearing yokes. The 3 i:.?. ash hoist 
•^aa aX.so not made enclosed, but was closed temp^'Orarily for the 


custom House, xs-nphis, rcnn, , Jan. 




be made enclosed, 

iliis machine ( 5 d.P, ) ’•/as (riven a '5-1/9 hour run •^Ith from 1*? to 
oQ overload, enclosed, and the temporaturs rise Is above the limit 
for full load run, but considering tho fact that the machine ’’^as not 
designed for enclosed type, and '»ras not so ordered by S i^aith and Cp. , 
tiie heating is not excessive and ’/ill not much exceed the specificatJlo>i 
allo-vance on full load, and never reach near that limit mhen ’Torlcing 
intermittently in the service for •vhich it is required. The efflcien- 
iles obtained are much above the requirements and I therefore recom¬ 
mend its acceptance ’vhen supplied *7ith the closed yokes. 

The economizer scraper motor ^/as given a five hour full load run 
and the heating, is lo'v so that this machine will undoubtedly come in¬ 
side the reauirements when made enclosed and T tn9’"efore recommend it^ 
acceptance provisional that it meet the heating requirements ’/h^n in 
stalled and operated under full load. It is also high in efflci^^ncy. 

me small disk fan motor ( 1/9 r.P. ) and the Gentrif. exh. •an 
potor ( 1 11.'^.) are below requirements in efficiency, me manu.ac-ur.r 
state that they did not submit .to 9. '^’aitn ^ Co. any such eftici^nc- 
-3 required by the specification and would be loath to guarantee same, 

for slow speed motors of such small power. Although I 

ficiency in sucn smnll units is not of great import, these motors do 

not meet requirements in this re’^psct, though other 
^nd I therefore recommend that they be rejected. 

The 17 !I, ?. cone fan motor was tested on a 

*v. i 4 »nit 9 for heating. It is low 
^nn, and even thus is well within the 

j above rsqulreme 'ts on 1. 

^n efficiency on full and :5/4 loads, 

. riT>qt cla^s construction. I recom- 
1/4 loads, and otherwise is of fi 

^ in <»fflcisncy is noii 

me... ..._ ^ 4 .,^ na the variation in .tr 


^p 4 r‘i 3 nt to appreciably affect I to economy In operation, 

other motors comply •'?ith requirements as far as shop test s 
are co'CiceTnQd.t and I therefore recommend that they be accepted, con¬ 
ditional to the fulfillment of the requirements of test In connection 
the fans etc, 'vhen installed, 

jt^ta sheet is h9re’7ith enclosed, not having the regular forms 
for use in connection with such tests. 








iMYLQ Qisnn dO 301 ^^0 




































B5ai\'CT,NE¥ IflNT. 



IN REPLYINO.QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 


// 3 

TREASURY DEPARTMENT 

WASHINGTON January 9> 1904. 



Superintendent of Construction, 

Nev/ Mint, Denver, 

Colorado. 

Sir: 

R 0 ^ 0 yT 7 ing to your endorsement on letter dated December 
28,1903, from the Director of the Mint, addressed to this Office, 
and which, on December 9th was referred to you, relative to chang¬ 
ing ash hoist In the building'in your charge, you are hereby 
directed to obtain proposals from the contractor for the bui.i.ding 
indicated for ina''ing the changes as outlined by you, and forward 
sair:e to this office with your definite recommendation. 

Respectfully, 



V. 





n Lf 

TREASURY DEPARTMENT 



WASHINGTON Jan.9,1904. 


superintendent of Construction, 

New Mint Building, 

\s Denver, Colorado, 

Sir: 

^ There is forwarded to you herewith, under separate cover, 
for your information and the files of your office, a set of 
plans and specifications for lighting fixtures at the building 
under your charge. 

Respectfully, 

HM 




CHEY-E^n^E. 

V. 


//oP 



TREASURY DEPARTMENT 5 

WASHINGTON January 12 



N HFPLYING.QUOTE UPPER INITIAL. 
RIGHT HM4D CORNER. 


Enclosure 5838. 




Superintendent of Construction, 


U. S. Mint (New) 


Denver, Colorado. 


Sir; 


Enclosed find blue pri^^t copies of drawir^s Eos. 1, 2, 3, 
4, 5, 6, 7, 8, and 9, for certain stair work to be supplied 
under the contract with Forster and Smith, for the U. S. Pub¬ 
lic Buildir^, at Cheyenne, Wyomirg. 

The shop work is beirig prepared, it is understood, at 
the Denver Iron and Wire Works, at Denver, Colorado, and you 
are requested to make an inspection thereof at the shops 
during the construction of the stairs; submittii%' reports from 
time to time as the result. 

Your inspections are not to be construed as in any manner 
cornmittir^ the Department to the acceptance or rejection of 
the work, as such action will be taken by the Superintendent 
of Constniction when delivered for installation at the build- 


Respectfully, 


A 

/ 



TREASURY DEPARTMENT 



IM REPLYING,QUOTE UPPER INITUU., 
RIGHT HAND CORNER. 


WASHINGTON Jan 15,1904. 


Superintendent of Construction, 

Nev.' Hint Building, 

^ Denver,Colorado. 

Sir: 

I to acloiovrledge tho receipt of your letter of the 

5th instant, containing a proposal, in amount one hundred and 
fifty dollars (1^150.00), for certain furring in the basei:.ent of 
the building in your charge, which you recoirr.end be accepted. 

l^ile the worK is desirable ,tho estimate in this Office 
indicates that tho proposal is high, such estimate being in 
ar^ount ninety-nino dollars ($99.00); and you are thorefore 
directed to obtain fromi the contractor, if possible, a pro¬ 
posal, in an am:Ount not exceeding one hundred dollars ($100.00) 
for the worX; and, if not possible, to forward a detailed state¬ 
ment showing the basis for his proposal in amount one hundred 
and fifty dollars ($150.00). 

UXior. receipt of -our reply further action will be taSen In 
the Flatter. 


Respectfully, 


JSS 




Acting Supervising jS’chltec 



DKHVUR.NM mint 




I 

TREASURY DEPARTMENT 

WASHINGTON January 15,1904* 



IN REPLYING QUOTE UPPER INITIAL 


RIGHT HAND CORNER. 


INCLOSURE 742 


Superintendent of Construction, 
New Mint Building, 

Denver, Colorado# 


Sir: 


For your information and the files of your office 
there is inclosed herewith copy of Department letter of even 
date accepting the proposal of S. Faith & Co., contractors 
for the mechanical equipment in the building in your charge, 
in amount $20.00, for installing two motors that have failed 
as to sufficiency in shop tests, all as set forth in said 
letter of acceptance. 


Respectfully, 



V 



*T» > 


OKHVKB.BWt 


January 15,1004* 

8. fHith k Co., 

P«m^eiyivAnt« Avonu©- 
n»l iadoA:r>iilaj, ?a 

Oontlorf^n; 

Your Janu^iry 9, IOCS, art^rp)?!f:©<-* to 

^•upfc iftairif Ar.i> iteet of ti 1» t,o fro;; tho 

anount to b« pairt you ujwor your oostraot aot«<i Aogur.t o^aoo.t- 
for the ti«i«ho(.Jaai «(iiiipsi«.»it of the nof Ulnt toUrffrc at Tei,-- 
»«r, CoJowrto. the miri of twenty rtollnpi? (|,<?«.Co), 1 b l,erohy 
aeaoirted, on aooovait of jrovldtne two raotore whloh hove fo»ird 
«« to faifftotonoy rtuptns ehop toota. It helnr uwteretood that 
eoseitaroo ie *ub;}Bot to tiie recjutporontB 'he opeeifi- 
aatton aoJwepiUnr teatB eftw lnet«ij«tion of uotore In the 
ijuJli'^ne. a yuhilo exlgeMy roqulrlny the plaain/.- of sntfl 
i30^»or«. 

It IM ufulorstood end .i^reed that thle aoeeptanoe In 
not. to affeat the tlr-e for the ec«pl«t.ion of the entire woph 
an p-!.«uly«Ki by the testae of your Bontraot; that the •n.-e 1 b 
wHhout rrejudlee to any ana all rtr>-t« or the (inUea Btatoa 
thepouroler: aivt without -rejuaioe. aiao, to any ana all rlghte 

Of th© Unitfwl on this honti j 

for th© rnithful mifilinmf. of 

PV^' VXXY AfjVnowlOhVw or t»t4. «. . 

‘ rally. 





"•OPot|lX*y ^ 

t .v^ 



BKKTEE (new) IttllT. 



TREASURY DEPARTMENT 


WASHINGTON January 15,1904# 


IN RE PLYING. QUOTF UPPER INITIAL. 
RIGHT HAND CORNER. 


The Superintendent of Construction, 
United States New Mint, 


Denver, Colorado, 

Sir: 


The receipt of your cotnmunication of the 9th inr- 
stant,relative to the trim on the corridor side of 
doors in the building for 'which you are the Super¬ 
intendent of Consti'uction, is hereby ackno'vrledged# 

In reply you are informed that the note on draw¬ 
ing #118,'which indicates that the plinth is to be of 
granolithic under a cast iron frame,is incorrect. 

It was the intention of the office that the 
plinths in connection with the cast iron frames 
diould be of the same material as the frames, the 
granolithic plinths being used under the wooden 
frames only; the granolithic base in the former case 
abutting against the cast iron plinth. 


Respectfully, 


^ Acting 




i''orm 1HU. i 
Ka. S 29 1901 l.OOu. ; 


XT %rT>Tfn advising superintendent OF REMITTANCE OF FUNDS. 

Denver,ITev/ MUTT* 

freasuvg 

omoE OF THS SUPERVISING ABCHITBCT. 
Washington, D* C. , January 2.5, 1904. 

Superintendent of Construction, 

Mint Bide., Denver, Colo. 

Sir: 

Your Estimate of Funds required during the month of 
Januarj' , 190 4 , for the work under your charge has been 

received, and you are advised that a remittance of ♦ 35,000.00 
to the Disbursing Agent, has been requested. 

Respectfully, 



Chief Executive Officer. 




,1 IHCLOSUKE #1107 
m FORWARDIHG 


EW Mm 


TREASURY DEPARTMENT 


WASHINGTON jan*16,1904. 


. 7 / 



IN REPLYING, QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 


Superintendent of Construction 
New Mint Building, 

Denver, Colorado. 


Sir: 


There is inclosed herewith, for your information and 
the 'files of your office, a copy of Department letter of 
even date accepting the proposal of Messrs. S. Faith & Company 
to change the location of a well at the building under your 
charge, without additional cost to the Government, a public 
exigency requiring this change in connection with their con¬ 
tract for the Mechanical Equipment of said building. Drawing show¬ 
ing the location of well i6 forwarded herewith. 


Respectfully, 




HM 




IBNVER, WiCV yiKT 


January 10,1904. 

Hieaarn. 5* Faith ^ Corapany, 

''24J^7 Pennsylvania Avenua, 

Phlljjidelphla, Pennsylvania. 


Qontleaen: 


Your proposal, date! January 6, 1904, to change the 
location of well called for unrler your contract for the no- 
ohanioal equipment of the Mint hulldin;: at Denver, Colorado, 
from the position raq?ilre<l by such contract to tho location 
indicated on drawing: forwarded hy you, which has been civen 
Office Kunber H-S5S, is hereby nccevted, a public exigency 
requirlnn such change, which ie to be nade without additional 
expense to the Ooveruient, It being understood and agreed 
that all neoe isary changes In labor and inaterlal required 
on account of the change of location of the well are to be 
lade without additional expense to the Oovernnent. 

It Is also understood end agreed that this change 
Is not to affect the tine for the completion,of the worX as 
required by the terms of your contract; that the sane is with¬ 
out pro;Judlce to any and all rights of the United States there¬ 
under; and without prejudice, also, to any and all rights of 
the United States against the mxrotler! on the bond executed 
for the faithful lUlflllia-nt of the contract. 

A copy of the abovo-i.ientloned drawing ha a been 
forwarded to you. 

Please proraptly acknowledge receipt of this letter. 

Renpeotfully, 

T. 

J.C.P. 

HM 


Asslntant Secretary, 



,1OT DIIHT 


IHCLOSURE #1121 


treasury DEPARTMENT 

WASHINGTON Jan. 16,1904, 



,N .UPLYING QUOTE UPPER INITIAL. 
right HAND CORNER. 


Sunanintendent of Construction, 
'■ New Mint Building, 

Denver, Colorado. 


Sir: 

There is Inclosed herewith, for your information and 
She flies Of your office, a copy of letter of eyen date 
relative to changes in switchboard in connection with 
contract of Messrs. S. Faith & Company for the mechanical 

equipment of the building under your charge. 

Respectfully, 



HM 


I 



nK}ivT;n, r'-'v kikt 


TOWATiDIHO 


Jon. 16,-904. 


Meofjrfl. K. faith ^ Co., 

Ponnf'sylva'^la Avenue, 
Phllad- lxhl«» PenneyIvaala. 

(Vontienen: 


There are forwarded to you herewith, under aeparate 
cover, prints of drawlnse Mos. 5.W.a3-A and I5.w,;>54-A, Indi- 
cnttns certain changes In connection with the switchboard 
inclixded in yo’ir contract for mchanlcal oqulpraent of the 
U. C. Pint bulldins: at Denver, Colorado, and you are requested 
to subrait a proposal for the four Itons of chance Indicated 
thereon, viz: 

1 Onlt connecting the rheostat on pan^l No. 1 and the 
motor starting switch on panel No. 11 jM^qulred by the 
Bpociflcatlon to be fTrrnlshed binder another contract 
and connected by •?► 

p, f'-irnish, place and con’ect one SOO anpore power 
nwltch, slnllar to the other switches, on p«»iel*Ko. 11, 
connected In series with clrc'ilt breaker, as shown cn 
drawing. 

3 furnish, place and connect one 50 snpere circuit 
breaker, fttnllar to other lighting circuit breakers, 
on panel No. 1 In place of and oralttlng the sai'I ampere 
circuit breaker shown. 

4 Place tho two lighting circuit breakers shoun nt 
bottom of panel No. 5 In location formerly to be occu¬ 
pied on panel No. 1 by the omitted rheostat, and ren>‘^'angQ 
tho power switches and circuit breakers on panel Ko.s^as 
shown. 

Wpon receipt of your proposal, promr^t action win 


be taken. 


Respectfully, 


HU 


Supervising Archlt 


act 




Treasury Department, 

January 16, 1904. 


Metnoranduia to Superintendent of Construction. 

In the preparation of yotir salary vouchers for the months of 
January, February and warch, 1904, you should be careful to observe 
a ounts given for leap year. Read note at lower left hand comer 

i of salary table. ^ ^ i 

^ Accounts Division, 

Office of SupV.Architect. 


(Ka. 4-10-V.M)3—2r)0,(KK).) 


IZX) 

No. 17. TREASURY DEPARTMENT 


(PRINTED HEADING). 

Denver,Colo,, Jan»2^,1904. 


Mr.Lee Ullery, 

Supt*Mint. Building, Denver, 

Dear Sir:- 

Ycur letter of Jany.21st, asking for bid to remove 3/8" rods in 
tbe outlookers of first story cornice furring and substitute I-I/2" 
angle irons received. I will pe&form the work as specified in your let¬ 
ter for the sum of $98,5o. 

Respectfully, 

(Signed) Janes A.McGonlgle. 


Mr.Lee Ullery, 


Denver, Colo., Jan,21,1904. 


Supt.Mint Building, Denver,, 

Dear Sir:- 


Your letter of Jany.21st asking for bid to make certain chang 
es in two ladders In attic received. I will make the changes as sped- 
fied in your letter of Jany.21st for the sun of $3o.oo. 

Yours triily, 

(Signed) Janes A.McGonigle, 
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DKNVER^NEW UiNT. 


TREASURY DERARTI 


WASHINGTON 




IN REPLYING QUOTE UPPER INITIAL, 
fURIGHTHAND CORNER. 


Superintendent of Construction 
New Mint Building, 

Denver, Colorado. 


Referring to your letter of December 2d, last, containing 
proposal for running a 12” pipe to sweep cellar, and of Decem¬ 
ber 5th inclosing proposal to construct a sweep cellar, and of 
the 4th instant with proposal for running a 2” conduit to sweep 
cellar in the building in your charge, you are directed to re¬ 
ject such proposals Inasmuch as a revised drawing is being 
prepared in accordance with which it is hoped the work may be 
carried out at less expense. 


Respectfully, 


^ • aupervising Arcnitect. 




V. 


I zd 


DENVr.R NEW UlNT 




Treasury Department, 


hx replyino to thU Letter the 
initials in upper HghNiand 
ayi'ner must be referred to. 


OFFICE OF THE SUPERVISING ARCHITECT, 


Washington, Jan.18,1904 





Superintendent of Construction 
New l/lint Building, 

Denver,Colorado. 


Sir: 


I have to acKnowledge tho receipt of your letter of the 5th 
ultir.o, inclosing a proposal of James A.McGonigle, the contractor 
for the completion of the "building in your charge, in amount one 
thousand three hundred and fifty dollars (^1,350.00), for furnish¬ 
ing and placing iron gates at the entrance to the building,as shown 
on drawing ^344—A;find you are advised that tho limited appropria¬ 
tion available makes it inadvisable to order these gates at the 
present time, and it has been decided to defer the matter until 
the building iB practically completed. You will therefore reject 
the said proposal. 


Respectfully 


JSS 




IN REPLYING. QUOTE UPPER INITIAL, 
right HAND CORNER. 


:iI0L0SUE3 


3940. 


IZ4- 

TREASURY DEPARTMENT 

WASHlNGTO^^ JaLLuary 18, 1904. 


2he Superintendent of Construction, 
U. S. !iint fliew), 

Denver, Col. 


Sir: 

For ycur inforioatioii find herewith copy of office letters (2) 
of January 14th and this date, addressed to !4esBrs. S. iaith « 
Company, contractors for mechanical equipment ox the huildino for 
which you are Superintendent of Construction, relative to approv 
al of hlue print numbered P-254, showing vitreous vare wink 
traps for use in connection with plumbing V70rfc binder waid con 

tract. Copy of print herewitn enclosed. 

Resnectfully, 



mvr^vi iiLn iiiKT’ 




Jar.Tiftry 18,1904-. 


2BCL0r.UH3 3939. 


leeare. 3. ?ni tih nnd Compeny, 

■*<2 2427 ^enneyl'^anla Av:mue, 

-- Philad el phi a, 

',,i 

^ ^irs: 

■^eferrln.r to yoiir coxitivct for meol'wiiool equipment the 
.' U. Ylnt ^new), Oer^r^r, Col., rooelpfc io -Cicnowled^ed of your 
? letter of the lOth inatant, forTtrardiii^ tw adiitiom^l ooplen of 

• blu^ orint of ritreou.' 7;are e.ln'k trapc«, v;hioh have been duly nutn- 

w 

* tiorefl in aanori^nso '.rife ftp roTOl ?niitsinei) in offloi Icttnr of 

the Itth Inf^trnt. Coiy of the nrint Iz herewith en- 

^ closed for yciir fiiee$ fvfia a i-imilsr cory will Is cent to the 
'?'uiK-rintendent at Ibo DUilding. 

\ 

Boopootfilly. 



f Si,a;ned) 



r. K. TA’fLOR 

rupsrviElng Architect 




^ Ce - 


D2:S7SB. 

M3D 



iTfimiary 14:, 1904* 


^!eBe^8* 3. Faith an! Company, 

T 2427 'Pennsylvania Avenue, 

Philadelphia, Pa* 

Sire: 

Heferring to rour contract for the aieohanlonl equipment 
of the U. S. -lint (new), Denver. Ool.. receipt iB aokaowledged 
of your letter of the 11th Inetant. enoloulng blue print chow- 
[ ing vitreoue were slclr traps to he used incident to plurilng 
I v»orlc under S£‘id oontxact. 

rrlnt to Bprroroa. end tec been given office number ’-254. 
.ni you ere requerted to cO^rlt two cdditlor^l oopiee. cue of 

which will be relurisd to you for your files. 

Be Bp ectPnlly, 

(Signed! te. TAYLOE 




Supervising Architect* 




laS^ 


TREASURY DEPARTMENT 

WASHINGTON Jan. 



SuT'srin'tGndcntj o? Construotionf 
U. S. Mint Building, 
Denver, Colorado* 


Sir: 


I nave to aclcnovrledge receipt of your letter of tne 
12th Instant, and under separate cover saiaple of plated 
oast Iron referred to therein, ana you are advised that 


sample was Intendedfor the Superintendent at the Post Office, 
com-t House, etc. at San Pranclsco, California, and I have 


to tnanx you for returning the same 









*:ffXt'^erJrr.dto. 

9 


1 2(0 


‘ «* 

Treasury Department, 

OFFICE OF THE SUPERVISING ARCHITECT. ^ 

Yfashington, ^ 



'superintendent of Construction, 

^0^ Mint Building, 

Denver, Colorado • 


„ir,t Of 'WJT letter of the 5 th 

X have to A.M.oGohigle,. frve contractor 

uUlr .0 . inclosing a charge, in amount 

for the completion of the m ($4,375.00). 

, hundred and aeventy-five dollars l 

fcir thousan . - openings.etc.‘.and 

for carving marhle pane. ^ appropri- 

70U are advised that.ov. ng . * to order this worh now. 

..tion avaiia-ole. it 

4. +vipk flPioL 'oropOB&l* 

vou are directed to reject the 



jss 



12 


DENVER NEF MINT 


/nr 

V in . _ _ 

T i comer must Se referred fo. 



Treasury Department, 

OFFICE OF THE SUPERVISING ARCHITECT, 


Washington, Jan,18,1904 



Superintendent of Construction 
. New Mint Building, 


Denver,Colorado 


Sir: 


I have to acTcnowiedge the receipt of your letter of the 5th 
ultimo, inclosing a proposal of Mr. James A.McGonigle, the con- 
t''actor for the completion of the "building in your charge, in 
amount five hundred and seventy-five dollars (sl575.00),for 
dressing the circular panels over second story v;indows,etc.; and 
you are advised that ,owing to the limited amount of the appro- 
PTiation available, it has been decided not to order this v/orlc 

at the present time, and you are directed to reject the said 
proposal. 


Respectfull 3 '‘ 



ect. 


JSS 



TREASURY DEPARTMENT 


COL., HKVVrJOT. 



IHRtPWINO.QUOTS UPPER IN'TI*>L. 
right HW*0 CORNER. 


/ z? 


WASHINGTON Jan. 25 , !t 904 . 



ROTerlntendent of ConBtrvotion, 
llev/ydnt Building, 

Denver, Colorado. 


Sir; - 


I have to acknowledge receipt of your letter of the 18th 

inetant. relative to certain proposals forwarded ky you on the 

.. :::: 

informed relative to four of the p P ^ 

iuture you will ke advised (,p 0 ,e 00 . 00 ) . and 

j ftiD-iit hundred dollars w 

in amount ten thousand eigh « hundred 

, +vrft v/all "boxes, m ariou 
the one for hatchway and two waiu 

and fifteen dollars ($215.00). 

BespectfullU' » 

^ Acting supervising Architect. 




KCH 







DENVER MINT,NOT. 



IHHEPIYING QUOTE UPPER INITIAL, 

RI 6 HTHAND CORNER 

(EKCLOSURE #321) 

_- 

I 


. tz^ 

TREASURY DEPARTMENT 

WASHINGTON January 19,1904. 


The Superintendent of Construction, 

U.S. Mint Building, 

Denver,Colorado. 

Sir: 

There is enclosed herewith for your information and files 
a copy of Office letter this day addressed to the Diehold 
safe and Loch Company,relative to the sealing device for use 
on the compartments of the basement storage vault in the build- 
ing for which you are the Superintendent of Construction. 

Respectfully, 





4 ^ 





Treasury Department, 


* 


pvinvisp. vm' • 



\wT..ti W UI>M« 


OFFICE OF THE SUPERVISING ARCHITECT, 

January 19,1^04. 

Washington, 


the Diebold Safe and lock Comi^any, 

Canton, Ohio. 

Gentlemen; 

TV,e receipt of your oommnioetlon of January 14th, in ref¬ 
erence to the approval of cra.ing for epeoial aealin. <i„io, 
for the coaparunents of the basement etorace Wt in the ne- 

Vint Building .Denver,Colorado,ie hereby aokno 

in reply you are informed that .having obtained the ap- 

, e the Vint, the aealine device a» shown 

proval of the Director of 

of 'D60©ffll)cr 

on drawing * 4610 ,forwarded with you 

1903,will be satisfactory to this Office. 

-.„,.eated to forward three ad- 
In this connection you are <1 office 

»ttoned drawing to this Office, 

dltional copies of the above me 

formally approved.wlll be re 
upon receipt of which one copy.f" 

turned for your files. 

Respso tf ul^y » 

/ (Signed) J- TAYLOR, 

Superyising Architect. 


B. 



Office of 


/ 


Superintendent of Construction, 

U. S. Buildings, La* Purchase Exposition, 
St* Louis, Mo., January 23, 1904. 


The Superintendent of Construction, 

ITew Mint Building, 

Denver, Colorado• 

Sir: 

The Supervising Architect has directed that I make ex¬ 
aminations of the interior finish being supi^lied by the 
Charles A. Olcott Planing Mill Company, of this city, in 
connection vd th the erection of the building under your 
charge, and having noted the statement that certain of this 
work, such as window frames and sashes, have already been 
delivered at the building, it is requested that you inform 
me whether the materials and workmanship have been satisfac 
tory, and if not, please advise me of the points 

they are not. Such information will, as you may uncer 
V 4 the supervising Architect's 

be of service in carrying out the & p 
instructions. 

I ha., not. as yet. .isited the ^ 


conversation had with Mr. Charles 


A. Oloott. am informed that 
».taln ceiling, sa^, etc. 

he l3 in need of measurements for c 

of certain change in con 
He also requests that the question or 

f the basement, which 

nection with the yellow pine finis o 

i3 being discussed, be settled soon as 

Respectfully, f 

Superintendent. 


44‘'4 . 

Me 


/ 


Departmitnt of Public Works, 

CITY AND COUNTY OF DENVER.' 


lee ULLERY, Esq., 

U. S. Mint Building, City. 
Dear Sit; 


J 

{ Robert W.S peer.p.c.t. 
Oscar Reuter. 

John Heartz. 

Fred.Lockwood,..c«.t*bv. 
Leslie M.LoNGyCNoiMec. 

January 21 1904. 


Your letter of the 20th inst. relative to the grading of the 
wtreet in the vicinity of the mint building,has been received by 
the board. The board has referred your letter to the highway com¬ 
missioner with instructions to give the matter attention as soon 
as the spring season arrives. 

It is impossible at the present time to do the work that you 
suggest, but you can depend on it being attended to as soon as the 
weather will allow. 

, Respectfully, 

/A 4f ^ . 

Secretary. 




, 4-10-1003-250,(XH*.) 


No. 17. TREASURY DEPARTMENT 


(F/l 


Denver, Colo., JamiHry 27,1904. 


Mr .Lee Ullery, 

Supt.Mint Building, Denver, Colo, 

Dear Sir:- 

Yoiir letter of Dec .26th,asking for bici to build a concrete 
step at foot of iron stairs near door P,Engine Room floor level,re¬ 
ceived, 1 will do the work according to instructions in your letter 
for Eight Dollars and Fifty Cents ($8.50). 

Respectfully, 

(Signed) Janes A.McGonigle 



] 2Af- 


Philadelphia, «Tanu<iry 23,1904 


Mr .Lee Ullery, 

gypt .Construction, New Mint Building. . 

pear Sir:- 

Replyinc to your letter of the 18th Instant,re(.uestlnc pro¬ 
posal for chaneine run of 5" east Iron soil pipe and the 4" terra 
cotta «aste pipe,at rear of Mint Building,so that the two said pipes 
will pass through the wall of the building at elevation 47.10' city 
datunCinstead of 45 .65’, as noted on drawing 110.63), and run with 
forn grade to the Y branches which are approximately in the location 
noted on said drawing.etc ., we will perforn said work in accordance w 

With the requirements of your letter .and supply any new piping needed 

ATTii truTWTY TWO DOLIjARS ($132.oo). 
for the sum of ONE HUl'TDRED AND THIRJ^ 

Respectfully* 


__ \ c.-PHith * Co 





DENVER MINT,NEW. 


/3 

treasury department 


WASH I NGTON January 25,1904. 


IN REPLYING. QUOTE UPPER INITIAL, 
RI6HTHAND CORNER. 


(ENCLOSURE #324) 



The Superintendent of Construction, 
U.S. Mint Building, 

Denver,Colorado. 


Sir; 


There is enclosed herewith for information and file a 
copy of Office letter this day addressed to the Diebold Safe 
and Loch Company,together with a print of shop drawing #4610, 
therein mentioned,illustrating‘the sealing device to be fur¬ 
nished in connection with certain vault work in the building 
for which you are the Superintendent of Construction. 


Respectfully, 


Acting Supervising Architect. 





B. 





DKHVER SIKI (KEW) 



In «£plying to this Litter thw 

INITIALS IM UPPER RIGHT-HANO 
OORMER MUST BE RCPERRED TO. 


(KSCIOSUKB #523) 


Treasury Department, 

Office of the SUPERVISING ARCHITECT. 

January 25,1904. 

Washington, 


Biehold Safe and Looit Goiiipany, 

Canton, Ohio. 

Gen tXemen: 

The Office is in receipt of your oommunication of January 
al8t,tran8B.itllng, in quadrupXloate,shop drawing #4610,illus¬ 
trating the sealing deTioe to he supplied under your ountrsot 
in oonneotion with certain raat work in the United States 
Mint Building at Denver .Colorado, and in reply you are informed 
that said drawing is approved,ana one print of same 
with returned to you. 

Reepectfully, 

ft ikying Superrising Architect. 



CABLE COMPANY“r. 


ACTION 
WITH 


CURENCE H. MACKAY, President. 

J. 0. STEVENS, Sec'y WM. H. BAKER. V. P. Sl q. m. 


JHE COMMERCIAL CAB LF COMPANY 


TELEQRA 

Slif poiUITclgp-«ph.c»bl» Comimir transmifa and delitcra thi« wmmct williwtti!tl!»w!!!7 

323 Kb We Ml 54 Govt, 


6E0.6. WARD, V. P. Sl g. 




- 

antfc ondftfong pr int^n the bae t of tliis lilank,^ 
Received at 


TN » I WHERE ANY REP 

Washington D. C, Jany 20th 1904 


(where any reply should be sent.) 


Siipt, UHo-r*v^Now Mlnt^ 




DenvoT* nolo 

/ visit United States nonrt house Santa-Fe Nev/-Moxloo thorough 
oxainlnatlon and report on conditions v/lth specifications and 
eHtlmates for coroplete repairs painting and renovation urgent 
action n^'cessary bul.ldlng reported unsafe use wire for recoromend- 
atlons of Eme-s^gency character upon oorapletlon return to Denver 
answer,, ' 

H. A. Taylor 

Asst Recy, 














IN REPLYING. QUOTE UPPER INITIAL 
RIGHT HAND CORNER. 


•Inclosure No. 1816. 


Superintendent of Construction, 
New Mint Building, 

Denver, Colo. 


Sir: - 

There is inclosed herewith, for your information and the 
files of your office, copy of Department letter of even date, 
accepting the proposal of James A. I^cGonigle, to deduct thirty 
five dollars ($35.00), from his contract for the completion 
of the building in your charge, if permitted to use flat 
yellov/ pine in lieu of quarter sawed. 

Respsctfully, 


KCH 








vTjtvmt COLO, uKvjnrr. 


Jan. 20» 1504. 


*Kr. Jarnea A* 

V««f Mint ^^ulldlnf?:, 

T>enY«r, Colorado. 

Sir;- 

In riow of th« atatemonta and rocora^.ondatlon eontainod In 

latter of the 7th inatwat, from the Superintendent of C^netrac- 

tion for the nov Kint hullding at ‘DenYer, Colorado, your i-ropo- 

#al of January 7, addre&ood to him, to deduct thirty-five dollarc 

($ 35 . 00 ), from your contract for the completion of said biiilding, 

.if permitted to use flat eawed yellow pine in lieu of sju&rter 

sawed yellow pine, as redolred under your contract. Is hereby 

Rooapted the amount of deduction belnu deemed reasonable and 

a public exigency reijuirine the change in the work. 

It is understood and agreed that this acceptance le not 

to affect the tine for the eoaplcticn of the work as fixed try 

the terms of the contract, that the s». is -itheut prejudice . 

t, and all rinht. of the United State, thereunder, and 

Una aleo. to any and all rights of the United 
Without pro,fudioo, ale i - 4 .%. .*• 4 +w 

,nat the su'etie. on the bend executed for the faith- 
State* againet the au.ox-^ 

f 1 fulfill^^^'*^ contract. 

^ ^ ^ ^ rftoeipt of thl« letter, 

Pleaao promptly aoknowladre the receip 

e. ^Si.n aent to the Superintendent, 
d copy of which Haa 


Acting B«cr«tary* 


I e 

JwCdPd 

VP'* 







/jr 


])SHVi]R hey; Mint 




Inclopure 1202, 


Treasury Department, 

Office of the supervising architect, 


to thU Letttr tJie 
in upper right-hand 
corner must be referred to. 


Washington, Jan.20,1904 


Superintendent of Construction, 
Nev: llint Building, 

Denver,Colorado. 


Sir: 


I inclose herewith, for your infonriation and the files of 
your office, copy of Departir.ent letter of even date,accepting 
the proposal of Jaiiies A.McGonigle, in airiount one hundred and ten 
dollars (J|^110.00), as an addition to his contract for the com¬ 
pletion of the building in your charge, to make alterations in 
flues of basement corridor,etc., a public exigency requiring the 
immediate performance of the v^ork; and you are hereby authorized 
to certify and issue vouchers for the v^ork, as required b3^ the 
terms of the contract and the printed "Instructions to Superin- 

t 

tendents", payment of v/hich vouchers the Disbursing Agent has 
been authorized to make from the appropriation for Mint Building, 
Denver,Colorado. 


Respectfully 


JSS 



i 







Ulnt, 

thm^^T, Coiorft<lo. 


Jan. no,jji04. 


in of tho am roooi^r.onrlation oont^in^i. in 

of UAUro, fror; iha Stiparint«n<^on^ of con^trucUon 

of tno Uoif ;.Jint f<uiXUn.r,)>onv,^x»^f;oior?ida, and in acoorlano#* with 
th'i '^Mrov«iX or tni« r>«i^fipt?ji^^nt, ro«r pTopowal, datm th» T><1 ultir 
to hir, in armtnt ono hnndrod and Un doivarr (|XiO,oo), 


i?f* h»irtJt}y aa an addition to yoiir oontract datm 

tor th« oor<j^.l^Uon of tna bniidin^, to altoraticna 
in of baatwont 0or*^idoy,‘9tc,, in eooordanoa with th« tarre 

or tha Sui‘arint*md9nt*f!' iattar to you of Octcbar ^9,1905, and to 
hla ontiro aati»«fa« 5 tlon, a pubilo oxlft»mcy rofiulrlnr tha irrodiata 
i«rro??nanoo of tho ^ovK* 


It la tiridarstoM and a^rood that thi#*f aoo»t 2 ,tan?a ia not to 
iftfff3»ot tho tir;_o for th« covipXotion of th*!» work a» raquirM by tho 
tox*<r« of your oontpaot; that th« waro .i» without pro^udic** to any 
and ali rlentw of th« Uni tod St®t*m thar^undoriand without proiu- 
dloa,aif' 0 , to any and alt rifi’hta of th« United Staton aj^ainat tho 
eurotioF. on tn*» bond oxoontad for tn« faithCui fuiri*ii:;ant of tho 


contract* 


t of thia lottar 
uliy, 


m 


T. 


AewiP-tant fianr^tar/. 




iw WOT. 

TREASURY DEPARTMENT 

m 

WASHINGTON * 

^ Ouon VHW 

9 MAMTiytMCOMlIB. 

i Superintendent of Construction, 

I New yint Building, 

I Denver, Colorado* 

I Sir; - 

I I haye to acknowledge receipt of your letter of the 18th 

I Instant, relative to the difficulty in obtaining a revised 
I proposal, in amount not exceeding one hundred dollars ($100.00), 
■ in lieu of that in amount one hundred and fifty dollars for- 
I warded to this Office on December 5, for certain furring, etc. 
j You are therefore directed to reject the proposal, in amount 
1 one hundred and fifty dollars ($150*00)* If in the future 
the contractor is willing to reduce his bid to one hundred 
dollars, you will fort/ard it to this Office v/ith your definite 
® recoiTimendatlon, upon receipt of which prompt action wiiJ. be 
taken. 




( 


Respectfully, 








Acting Supervising Architect 


KCH 


ti 






BEETER.HE'A' uiitt. 



tN REPLYING.QUOTE UPPER INITIAL. 
right HAND CORNER. 


^ ^0 

treasury department 

WASHINGTON January 26, 1904, 


Superintendent of Construction, 
U. S. Mint (new), 

Denver, Colorado. 



Sir: 

In reply to your letter of the 21st instant, requesting 
that an inspector for heating, plunibing and electrical work he 
detailed to the building for which you are Superintendent, you 
are advised that in the opinion of this Office the services of 
such inspector are not necessary at present in connection 
the work at said building, but consideration will be g 
detailing one at a later date, and you will be duly advised 

the action taken in the premises* 

Respectfully, 


. 2 ^ 


Acting Supervising 


Architect* 




Fftna No. 40, \ 
W. 7S6i8(Ut,00o./ 


DEITVLR imvT 

AUTHOHITY FOR OH£N>MAKKET RUHCHASE. 


/V /1 


[AO IttUrs in reply to ofiolai oommunieationt must rtivr (o inOitA in upper righi-Kond wner.) 


s 


^reasurg Ipjegartmcnt, 

Offiok ok thk supervising AROHri'EOT. 
Washington, D. C., January 26, 1904. 
The Superintendent of Construction, 

Hint Building, (new), 

Benver, Colorado. 

Sir: ^ 


in vie. of the requeat and recommendation contained in your 

ietter of the SOth instant, and the puhlic exigency requiring the 

mmediate dejiveiy of the articiea and performance of the work 

you are hereby authorized to incux an expenditure of sixteen dol- 
lars and fifty cents (§16.50) 

in eecuring in open market at lowest prevailing rates: 


-- the 


# 16.50 


Your attention is called 


, j eu VO printed "Instruotlons to e 

tendents," and you will . . Super!, 

1 issue and certify vouchers 

.PrSp?|°?J^in^5ooordanoe therewith, payment t „ '^«<>'>unt , 

^?^ct inf 





, i-io-inoa-mood.) 


No. 17. TREASURY DEPARTMENT 


Vorm No. 168. 

THS WESTBRIff UlfflOIff TELEGRAPH GOMPAlfflT. 

-INCORPORATED- 

33,000 OFFICES IN AMERIC A. CABLE SE RVICE TO ALL THE WORLD. 

This Compmy TRANSMITS and DEIaITERS messages only on conditions limiting its liability, which have been assented to by the sender of the following message 
glided against only by repeating a message back to the sending station for comparison, and the Company will not hold itself liable for errors or delayer 
Measagei, beyond the amount of tolls paid thereon, nor in any case where the ^lAim is not presented in writing within sixty day* 
Company for transmission. ^ j r 

This IS an TOREPEATER MESSAGE, and is delivered by request of the sender, under the conditions named above.' 

ROBERT C. CLOWRY, President and General Manager. 


RECEIVED at IIU to IMS I7th 8t., Denver, Colo 

1017. C H. 2^ paid. Govt. 


747 


NEVER CLOSED. 


Washington. D. C. Jan. 30,1904. 


'A 

,.A ' ' 


Sup^t. of Construction, 

Hew Mint, Denver, Colo. 

Resume issuance vouchers faith and companys contract • Letter. 

J * IC • Taylor,, 

Supervising Architect. 

423-p 


















DENVER, NOT Mint 



IN REPLYING.QUOTE UPPER INITIAL 
RIGHT HAND CORNER. 


TREASURY DEPARTMENT 

WASHINGTON Jan*28, 



Superintendent of Construction, 

New Mint Building, 

Denver, Colorado* 

Sir: 

I have to acl^nouledge receipt of your letter of the 
21st instant inclosing proposal for certain angles on top 
of out lookers to which the marble work at the building under 
yo'iu* charge is anchored, and you are directed to reject 
the proposal as it is believed that if the s/s" rods are' 
drawn taut like tie rods, as of coirrse they shoudd be, they 
would be sufficient to accomplish the work for which they 


are Intended. 


Respectfully, 




HM 



jt:w MIHT, 



FOR^JAHDING 


TREASURY DEPARTMENT 

^-i 

WASHINGTON Jan. 28,1904, 


,,«PLtmG.QUOTe UPPER INITIAU 

PIGHTHANO corner. 


cmprlntondent of Construction, 
new Mint Building, 

Denver, Colorado. 

I 

Sir: 

Refarrins to sweeps cellar reciulred at the building 
under your charge, there is forwarded to you herewith, under 
separate cover, drawing #247 A, shc\7lng an arrangement which 
It Is believed could be constructed for considerably less than 
the amount of the former proposal received for this worK. and 
you are directed to obtain from the contractor a proposal based 
on said drawing, and forward It to this office, as soon as 
possible, with your definite reooianendatlon, 

The drawing should be retained on the tile 

,„pntioned uroposal Is accepted 
office, and in case the above--*© 

a second copy will be forwarded to the contractor. 

Respectfully, 




^^l^lslng Architect, 





/ 




TREASURY DEPARTMENT 


WASHINGTON Jan*28,1904. 


IN REPLY1NG.QU01E UPPER INITIAL. 
RIGHT HAND CORNER. 


Superintendent of Construction, 
>Te7r Mint Building, 


& f 


Denver, Colorado. 


Sir: 


I have to acknovrledge receipt of your letter of the 21st 
instant inclosing proposal for certain changes in ladders 
Indicated on drawing #124, in connection with the b’.iilding 
under your charge, and you are directed to reject the pro¬ 
posal as the ladders are such as are generally supplied, and 
the necessity for a change in this case is not apparent. 


Respectfully 



HM 



CHEYMIE 


f U-G 



TREASURY DEPARTMENT 


WASHINGTON JanuaTy 



r 


Superintendent of Construction, 
IJew Mint, 

Denver, Colorado. 


IJevr Mint 


Sir: 


Ref err ii^ to your coinmunication of the 18th instant, 
as the result of an inspection of the stair work for the 
U. S. Public Buildir^, at Cheyenne, Wyoming, you are advised 
that no thickness T;as given on original drawing or on shop 
arawirgs for the cast iron string brackets, and you are re~ 
q^uested, therefore, to advise the Denver Iron and Wire Works, 
that the brackets already made, if otherv/ise satisfactory, 
will be accepted, but that any further brackets must be 3/fe* 
in thickness as the minimum. 


Eeferriqg to the balusters, you are advised that drawii^ 
No.29 C, calls for these 5/8* square, and this size should 


be adopted 


A copy of this letter has been sent to the Superintendent 


of the buildiig 


Respectfully 




DEir/iiR.FZW ai:!. 
3Br 



IN REPLYING,QUOTE UPPER INITIAL. 
RIGHT HAND CORNER. 


/ify 

treasury department 

WASHINGTON January 28, 1904* 


Superintendent of Construction, 
U« S. Mint (new), 

Denver, Colorado. 

Sir: 



In further reference to your letter of the 21st instant, 
ashing for the detail of an inspector of plumting, heating and 
electrical work to the "building for which you are Superintendent, 
you are requested to advise this Office as soon as the boilers 
or the plumbing fixtures are delivered at the building, and 
when wor'k is to begin upon erection of the boiler plant, and 
the Office ^ill then give consideration to detailing an inei-eotor 

to the building. 

Respectfully. 






DEHTBR MIHT (HEW) 


1 ^^ 



TREASURY DEPARTMENT 


WASHINGTON Jan, 29, 1904 


IN REPLYING.QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 


Superintendent of Construction, 
U. S. Mint (new), 

Denver, Colorado* 



Sir; 


Referring to your letter of the 20th instant, relative 
to water storage tank to he supplied under contract with S* Faith 
& Co. at the building for which you are Superintendent, you are 
informed that it is deemed inadvisable to carry the bottom of 
tank below footings of the side walls of well room, or to cover 
the windows opening in area, either of which would be necessary 
if tank of required capacity (24,000 gallons) is installed in 
new location (shown on drawing H-263), and you are therefore 
directed to require contractors to lower the footings for tank 
to bottom of footings of walls, and to keep top of tank below 
bottom line of windows. 


Respectfully, 









IN HEPLYIHG.QUOTE UPPER INITIAL, 

RIGHT HAND CORNER. 

iWCIO'UHE 3-63.5. 


TREASURY DEPARTMENT 


Ufa 


WASHINGTON JaiiTiary 29,1904. 


The Superintendent of Construction, 
-j- s. Uint (Hew), 

Denver, Col. 

Sir: 


Referring to contract of S. Faith and Company for mechanical 
equipment of the "building for which you are Superintendent of Con 
struction, find herewith copy of office letter of this date, ad¬ 
dressed to the contractors named, advising them of approval of 
marhle for switchboard. 

As the board will be inspected in the shops by a representa¬ 
tive Ox this office, the retained portion of approved sample will 
be held here until after such inspection. 

Respectfully, 




tect. 





vfxnnerj 29,1904. 


Mec?p:rs. 3. Ffiitli f^nd Coinp?*.ny, 

P 2427 Pennr.ylvfir*ta .Vveaue , 

‘■hiladelphia, Fa. 

Sire: 


Rej-crriag* to your eontraot for nieche.nio?tl equlprient of the 


U. s. Mnt 
letter of 


(nw), Denver, Ool., receipt is rtCtoowledged of your 
the S3th tnstnnt, reletiye to rw-vplefi of marble for 


i;viiteiibo.exa, end you are aflvleea of fipprovol of the small saai- 
pic, ma-A:ea #?, a nortion os:-iThlc}i will be returned to you to- 
day, hy fcrpreee, ohrri^ea prepaid. 


The Ifrge received io rejected, as belios too dark, 

sj.d th Ib Vill l 3 »i dispcoed of iix coriTicction y^ith other rejected 
at^raplea of the Vermont ?5arble Gomnany, in accordance with in¬ 
structions ^lYen hy Xt» Proctor of that company. 

This leaves subject to your disposal one rejected sample 
^submitted by Willl-tm Gr?<y and Sins),, and you requested to 
state whether you wish it shipped back, or disposed of here. 

If you it shipped send full instructions. 

Hespect fully, 

J. K. Taylor 

SupenrlBlue Arshltoot. 


(Signed) 


3)2:IV3H , 


!Tew 




HT. 



IN REPLYING, quote UPPER INITIAL, 
RIGHT HAND CORNER. 




TREASURY DEPARTMENT 


/^o 


WASHINGTON 30,1904. 


The Superintendent of Construction, 

U. S. !:int (Hew), 

Denver, Col. 

1 

Sir: 

Receipt is ac'^mowledged of your letter of the 19th instsnt, 
aslcing for information as to vrtiether a contract has been made 
for putting engine room floor in place in the building for which 

you are Superintendent. 

, c-TP advised that the office has not sufficient 
In reply you are aavx 

. size end location of engines, etc., for the 

data relative t 

Tons for said floors, hut as soon as the neces- 

preparation o P 

• nc5 received from the Director of the liint ac- 

=ary information is 

tahen in this direction. 

Mon vTili 

OTI O ^-fSl 1 1 TT 






(Printed Heading)* 


m 


Philadelphia, January 15th,1904. 



■t 

V 


Mr. Lee Ull^^ry, 

Superintendent of Construction, 

' U.S.Mint Building, Denver, Colorado, 

tr Sir:- 

In accordance with your request of January 2nd, we propose 
to furnish in addition to our contract for the Mechanical Equipment of 
the U.S.^Ilnt Denver, Colorado, rubber covered wire in lieu of the slow 
burning water proof wire in and on the boiler room ceiling of the above 
building for the sum of Ol^TE HUNDRED AND FIFTY THREE DOLLARS, |153.00. 

I V/e will also enclose the group of feeders which run on the 

ceiling of the boiler room of the above building with a box of wire 
lathing ami cover Siune with hard asbestos plaster or cement for the sura 
of TWO HUNDRED AND FORTY SEVEN DOLIiARS, .$247.oo 

Yours respectfully, 

(Signed) S.Faith * Co., 


(PRllWli!!) 

PMla<^elpW-* January 30,1904. 


,j,ee Ullery, 

Supt .Consti'uction, 

U.R.'lint, Denver, Colorado. 

„IV1.= .0 VO.. V.vo. or .O..V0. « o,.r 

for s«»stitutlne rubber covered wire in lieu of slow burning weathe 

p.oof wire in and on tbe boiler roo. ceiling of tbe buildins,we Hore- 

rn rto tvis work for the sum of SIXTY SRVT3TI DOLIARS. We 
ivith propose to ao 

.,ore under tbe impression that all the mains feeding the power boxes 
the boiler room and the extension in the boiler room were to be 

nrtfi weaher proof to rubber covered wire and includ- 

e. fr*n'Tl ill 6 ciiiU vt i 

cbaneed iro..i 

r^roposition. Our figure above is based upon changing 
ed this in <5nr i* i 

the branch circuits only. 

In regard to the cost of the asbestos and cement plaster- 
covering, the &rouv of feeders in the boiler room ceiling,we regret 
*. ufA are unable to change our estini<\te • 

thu-t 

^ Awaiting your further commands, we remain 

Yours respectfully, 

(Signed) S.Paitb Co. 


©ffijcje 0f 

of Cons iruo i i o l , 

U. S, Public Building, 

Olicyennc, ITyo. ,?cb.P, 


/« 


Hr. Lee Ullery, 

Superintendent o? Construction, 

Nev,^ M i n t .Bu i 1 cl i ng, .lie nve r. C o 1 o. 

Dear 3ir:- 

I ar. directed to solicit proposals for certain 
articles of furniture for this building. V.Mli ■'"ou be kind 
enougii to give me t’le names of two or three iiouse-furnisli- 
-ing stores in Denver that can supply sucli articles as 
typewriter tables,tov/el racks,cuspidors,floor mats,linol- 
-eum,vrater coolers, silver pitcliers,window sha-des,etc. I 
would also like to liave the names of parties supplying and 
placing awnings. Any addresses in Diese lines you can lielp 
Ke to,I will be very muc}i obliged for. 

respectfully, 



Bur • t 




OFFICE OF 




Court House, 



Lee Ullery Esq 

Supt of Construction U S Mint 
Denver Colorado. 


Santa Pe.lTJ^Peby 4 1904 , 189 . 


Dear Sir;- 

I will be greatly obliged if you will furnish me with a copy 
of specifica.tions fo construction of the new side walk in front of above 
building. 

Wishing you long life and happiness 
I remain truly your friend 

i t//^t 

ian. 



/ (JoO 






,NREPlYmG.QUOIE UPPER INimi, 

right HAND CORNER. 


TREASURY DEPARTMENT 



WASHINGTON, February 1,1904. 


S'u.'*^6Z*in‘toiiclRTiti of Constion^ 
Hev: Mint Building, 

Denver, Colo* 


Sir: 

There is enclosed herewith, for yourrinfortiation and the files 
of your office, a copy of an addendum to the spcification for fur¬ 
nishing and placing the lighting fixtures for the building in your 
Charge, rhich was forwarded you on the 9th ultino. 

Respectfully, 

A.tIct. 









treasury 


I sz 

department 


WASHINGTON 


FelDruary 1* 1904* 


lYlHtWOTE UPPER INITIAL, 
riCHTHANU CORNER. 


(IUCIOSURE 3999) 


(FOHWAEDIHG) 


Superintendent of Construction, 



United States Mint (new). 


Denver, Colorado. 


Sir: 


There is enclosed herewith, for your information and files 
copy of Office letter this day addressed to S. Faith & Co*, ap¬ 
proving drawings and name plate in connection with switchboard 
to be installed under their contract for the mechanical equip¬ 
ment of the building for which you are Superintendent. 

A set of the approved drawings is being forwarded to you 
under separate cover. 


Respectfully, 





treasury department 

WASHINGTON petruary i. 19^** 


Messrs. S. Faith & Oo.* 

52487-33 FerusyXvania AireTino, 

PhlladaXphia, ’PaTinsylva^'iia* 

Gentlemen: 

Heferriiv^ to your letter of the 2Bth tiltiBio, suhinit— 
tl]i{F drawings, in tripXioate, of switohho&rd to he instulled 
in ooimection i»lth your contract for the meohroiical equipzQsnt 
of the United Ftetes Mint (new) et Denver, Colcrado, also name 
plftte, and enmplee of marble, yon arc advisee! that the drawings 
are approved for general arran^emest, subject to changes noted 
thereon in red, have been Jrtven Office numbers ‘E.^\S65 to B.W* 
865, inclusive, and a set is bein^r yetur:ied to you under sepa¬ 
rate eover. The piste, which is to bo uaea on switchboard, is 
elBo approved, end will be retained in this Office for the in- 

tormtlon of inspector who will ei,«r.inQ the hoerd when s&aie ia 
'>wit and ready for shipment. 

The samples of marble were duly received, tnd that 
“*"'^•4 So.2 approved by letter of the £9th ultimo. 

Respectfully, 

fSigned) J. k. Taylor, 

Supervising Architect. 



HIOlirHRNO CORNER. 


{FOB^tABWEG) 


1 



INREPLYINO.QUOTE UPPER INITIAL. 
RIGHT HAND CORNER. 


/ 


TREASURY DEPARTMENT 


WASHINGTON ^eb• 1,1904. 



superintendent of Oonotructlon, 
New Mint Building, 

Denver, Colorado. 


Sir: 


I have to acknov/ledge receipt of your letter of the 12th 
ultino and under separate cover sai.iple of Colorado Portland 
cemont, which you state vms talcen from material delivered 
on the site in connection with the contract of Mr. James A. 
McGordgis fo?’ the completion of the building under your charge, 
and you are advised that the cement has been tested and found 
to be satisfactory. 



HM 




r 

BBHVER.W^ 


% 


I S"S 




TREASURY DEPARTMENT 


WASHINGTON peb. 1,1904. 


IN REPLYING.QUOn INtTIAL. 

RIGHT HANOCO^NER. 


Superintendent of Construction 
Nev; Mint Building, 


b > 


Denver, Colorado, 


Sir 


Referring to letter addressed to you on t’ne 21st Ultimoj 
directirgyou to withhold the issuance of all vouchers for 
payment on accoun.t of the contract of Messrs. S. Faith & 
Company for the mechanical equipment of the building under 
your charge, you are now directed to resume the Issuance 
of such vouchers, in accordance with the terms of said con¬ 
tract. 

The following telegram was sent you on the 30th ultimo, 
which is hereby confirmed: 

"Resume issuance vouchers Faith & Company‘s 
contract. Letter," 


Respectfully, 




Office of 


/cT^ 


Superintendent of Construction, 

U. S-Buildinf^s, La. Purchase Exposition, 
St. Louis, Mo., February 4, 1904. 


la*. Lee Ullery, 

Superintendent of Construction, 

U. S. Mint Building, 

Denver, Colorado. 

Sir: 

I am in receipt of your letter dated the 29th ultimo, 
relati-e to the interior finish which is heine prepared hy 
the Charles A. Oloott Planing Mill Company in this city, and 
note what you have to say regarding the work vdiioh has been 

^'©cBivBd. “ths T^uilAing# 

Should you in the future he able to suppU' me with anj' 
information which might be of service in making an examina¬ 
tion of the work at this point, I shall be glad to receive 



535. 

H. 




OTi!vrR,CT.'.'f iiiira 



TREASURY DEPARTMENT 


WASHINGTON 7015.4,1904. 



IN REPLYINO.OUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 


Superintendent of Construction, 
New Wint Building, 

Denver, Colorado. 


Sir: 

You are directed to obtain a proposal from the cont.act rs 
for tne -neolianical eiuipment of the bulldins under your charge, 
for inetalilng flush instruments on switchboard as follows: 

Two recordlrg voltmeters, 
thto recording ammeters, 

?otal llGht ind total power aareters. 

Three generator panel ameiers, 

Tvto ^3?onn^ ci6*t 0GljO!rs • 

The proposal should be fonvarded to this Office, as soon 
as possible, wlTh your definite recomiendation. 

•n^arM3r>t.T''^l'LlV • 






DE13VER MUTT,HEW. 



m RCRLYIN6. QUOTE UPPER INITIAL. 
RIGHT HAND CORNER. 


J (d f 

TREASURY DEPARTMENT 

WASHINGTON Pebruary 4,1904. 


The Superintendent of Construction. 

’ U.S. Mint Building, 

Denver,Colorado. 

Sir: 

The Office is in receipt of your letter of January 30th, 
relative to the construction of the "sweeps room" in connec¬ 
tion with the building for which you are the Superintendent of 
Construction,and in reply you are advised that it is thought 
the construction shown by the drawing recently forwarded,which 
18 now probably in your hands,will prove prefectly satisfacto¬ 
ry, same having received the signature of the Mint authorities. 

Respectfully, 



B. 





IN REPLYING QUOTE UPPER INITIAL. 
RIGHT HAND CORNER. 


I A- 


TREASURY DEPARTMENT 



WASHINGTON February 5, 1904. 


The Superintendent of Conetruotion, 

United States Mint (new), 

Denver, Colorado. 

Sir: 

Xn further referenoe to the matter of detailing a mechanical 



inspector to the building for which you are Superintendent, you 
are advised that upon further consideration it has been decided 
to accede to your request, as per your letter of the 21st ultimo, 
and instructions have this day been issued to Mr. W. 0. Saville, 
Inspector of Heating, Hoisting and Ventilating Apparatus, now 
stationed at Baltimore, Itoryland, to proceed to your building on 
the 10th instant and take charge of the supervision and inspec¬ 
tion of the work being installed under contract with S. Faith 
& Co. for the mechanical equipment of the building. 

12^0 inspector is to submit to this Office, through you, 
weekly reports on the character of workmanship and material sup¬ 
plied, progress made, etc., in connection with the contract, and 
you are requested to afford him such facilities, in the way of 
desk room, stationery, access to your files, etc., as may be 
necessary for the proper discharge of his duties. 

Respectfully, 




BEHVlilR, HEW MHT. 


/ ^ 3 



TREASURY DEPARTMENT 


WASHINGTON Peb. 5, 1 



IN REPLYING. QUOTE UPPER INITIAL. 
RIGHT HAND CORNER. 


Inclosure No. 563. 


Superintendent of Construction, 
Nev; Iftint Building, 

Denver, Colo. 


There is inclosed herewith, for your information and the 
files of your office, copy of Department letter of even date, 
accepting the proposal of S. Faith & Company to make certain 
changes in switchboard in connection with their contract for 
the mechanical equipment of the building in your charge, with¬ 
out additional cost to the Government. 


Respectfully, 





KCH 


BJ2W 




'^eaera. f., Faith -ft; 

24^7 F«nnfiylT?iniA Ay«., 

Philadelphia, Psi* 

Oentlflr.fsn: - 

Voiar prOt-’0»al of th« instant, to mk® cartain chan^^o# 
in awitch1>oar4 r<!;<iiiire4 ia connectwith your e«ntraot for 


the r!«eh?iiiiiefel «<iuipmoj!it of the now liint hullding at Bonrer, 
Cclorado, in iMSccr4ano«> with dra^vinga '^oa* A 

without ftd41t,ion»I ottst t© th* " Tcrnwint 1« nocepted, a s-ubllo 

axlgency reciHlrin<! this ofcanK« i" 

Vou are adTlsed that drawing# o? *>>• baob connectlen* of 

panola i, 3 , and U ar» now <^«lo «««» »>• forwardod 

to you In a fa* d«y»* 

^ atfi-eod Itiat thlo aooeptaaoo ta not 

It io under stood and agreoa »n»i. 

to affoat the U.o for tbo con^aoti.n of o-iro -or. .. 

K tbo tar., of yo-r oontraot; that th. .««a i# without 
required y * all rK'ht® of «*'* "nited ntatoa forf.-wdor, 

p.oj.>Slca to «»:.■ an - 

o. 4 oay«^udiO® 

»nd without P 3 ths bond axooutod for the faith- 

Statos againat th« .'•re 

ftf* contract o 

i ful fulfill®®*^ ^wled^o tho rec«ip^ la’.tor. 

Piaaaa promptly ««- ”'■ .f„uy 


Acting f>«er®t®r: . 


/ 


DENVER, NEW MINT. 



IN REPLYING,QUOTE UPPER INITIAL, 
right HAND CORNER. 


treasury department 

WASHINGTON Pel). 6, 



Superintendent of Construction, 

Hev/ Mint Building, 

Denver, Colorado. 

! Sir:- 

I have to aclmowledge receipt of your letter of the 29th 
ultimo, inclosing a proposal in amount eight dollars and fifty 
cents (§8.50), for placing a concrete step at the foot of stair 

landing near door P. 

^en letter of the 24th of Decemher was sent you from 

this Office, directing you to obtain such proposal, it was 

presumed that such proposal would be made for placing 

step without expense, inasmuch as it is the duty of the 

tractor to take correct measurements and make his stairs reach 

from floor to floor. The fact that he may have 

scale drawing and that measurements taken therefrom 

does not relieve 

permit the stairs to reach the lower 

^ .mr^ieting such stairs. You 
him from the responsibility of comp to 

. t «uch proposal and either to 
are therefore directed to rejeo 

. such rise that they 

require hto to make the iron stairs 

Will complete the steps or submit a propo 

tional step as may be required, without 

Respectfully* 

^ supervising Architect- 


KCH 


Index fo Jeffsrs 


S. 
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rom 


vtpen V/s/nq 


^ rcA lfec /7 


ySecfcIanq K C^ss'ISecnela 


C A iej'Off/c&r^ 

k7o me^ AIAAA^^oniQ/& 
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S. 7^ai"fh^ Com/^ar,^ 
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